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(AU letters in reply to official communications must refer to initial in upper right-hand comer.) 


Enclosure. 


gepartweut, 

Office xrf ttxe Supervising Architect., 
WasTxingtoix, §. 


July 3rd, '1897, 


Mr, Lee Ullery, 


(Office Supervising Architect.) 

Superintendent of Construction,U.S, Mint,Building, 

Denver, Colorado. 


Sir: 


Referring to Department letter of the 30th ultimo appointing you 
Superintendent of Public Buildings and assigning you to duty as Super¬ 
intendent of Construction of the U.S.Mint building,Denver, Colorado, 
at a compensation of §2900.00 per annum,to commence from date of oath, 
and allowing you travelling expenses and subsistence while on the road 
from Washington,D.C. ,to Denver,Colo.,I have no* to advise you further 
in relation to your duties. 

you are directed to fully advise yourself of all the conditions 

, . . . rvffire affecting the erection of the building and ns 

on record m this office aiiecxxig 

proceed to the building and as- 
soon as you have informed yourself P 

. interval subscribed to the oath of 

sume your duties,you having m 

o f fice 

. nrtnted -instructions to Superintendents”, 
Enclosed find copy of printed 

by which you will be guided and your attention is called to senior XI 
in regard to securing suitable office quarters and to section 

relation to securing furniture ._ . 



page 2.) 


You are requested to prepare and forward on the 15th and last day 
of each month a written report of the progress made in the work at 
those dates and in this connection you are advised that it is unnecess¬ 
ary to furnish quantities "but to state the point of advancement reach¬ 
ed in order that the information may be available in the future should 
reference thereto be necessary. 

Please advise this office in writing of the date when you will 
leave this city and immediately upon your arrival at Denver ,Colorado, 
notify this office by wire giving your address. In this connection it 
is suggested that you communicate with the Postmaster in Denver, 
in order that he may hold or forward to you any communications which 
may be directed "Superintendent of Construction,U.S.Mint,Denver,Colo." 


It is probable that this office may avail itself of your services 
at Meridian Mississippi ,while on your way to Denver. Conditions,how¬ 
ever .are such that instructions cannot be given until near the end of 


the coming week, and you s 


hould defer your departure in accordance 


therewith. 


Respectfully yours, 


. (litect 

ACliH6 *-> --- 




(ATI Utters in reply to official communications must refer to initial in upper rtyki-hand comer.) 


gepavtimmt, 

(Office of the ^upcv vising .Architect, 

< S 0 taBhitt 0 ton, Jk* Ck, July r 8t h, 1897 . 



Mr .Lee Ullery, 

Superintendent of Construction, U.S.Mint, (New), 

# 

Denver, Colorado. 

(Office of the Supervising Architect). 

Sir: 

Referring to office letter of the 3rd)mstant, in relation to 

your duties in connection with the construction of the U.S.Mint, 

at Denver, Colorado, I have to advise you that upon further con- 

% 

sideration, it has "been decided that your services will not be 
necessary at Meridian, Mississippi, and with this information, you 
should arrange to proceed to Denver, Colorado, as intimated oy 

4 

your letter of the 7th instant. 

Respectfully yours. 

Acting Supervising Architect. 



(All letters in i eply to official communications must ref*r to iniii 7 • 

r€M t0 «* uppw right-hand corner.) 


Smstmj department, 

OKficc xrf tlie Swpeeuising Itecliitcct, 


Waslxingtow, g. <£., July lOtti; 1897. 


ITr. Lee U 1 lery,* 

Superintendent of Construct ion, 

New U. S. Mint Building," 

Denver,' Colorado, 

Sir: - 

Under date of the 15th ultimo, the postmaster at Denver,Colo¬ 
rado, was directed to insert advertisements for proposals i Oi the 
supply of labor and materials necessary for the general excavation 
and test pits,for the building under your charger,hnd was furnished 
with copies of drawings and specifications for the wortf. He has 
been requested to transfer to you,upon your calling for them 
drawings and specifications in order that you may represent this 
office in the matter .under your appointment as Superintendent of 

Construction of the building named. 

Respectfully yourS, 





ActingSupefvisinB Architect. 


rj!& 







e 




* » 


# 
















* 





(AU Utter, in reply to official communication. 


Enclosure. 


refer to initial in upper right-hand corner.) 

Jmisiroj gcpartraent, 

® ftlcc °* * he Sttpcvutslng Architect, 



‘c.ii.uahingtcm, g. tf., July 12, 1897. 

Superintendent of Construction, 

S. Mint Building, 

Denver, Colorado. 

Sir:- 

I enclose herewith, for your information and the files of 
your office, a copy of a letter of even date accepting the proposal 
of Messrs. Jno. D. McGilvray & Co., of Denver, Colorado, to furnish 
all the labor and materials required to complete the general exca¬ 
vation, the test pit excavation and preliminary grading for the 
U. s. Mint building in your charge, in accordance with the drawing 
and specification, for the sum of three thousand five hundred and 
ninety-four dollars ($3,594.00). 


The contractors will be required to execute a formal contract . 
and bond as a guarantee for the faithful performance of the work, 
said bond to be in the sum of one thousand eight hundred dollars 
($1,800.00), a copy of which will be forwarded to you for your in¬ 
formation as soon as the same has been approved by this Department. 

You are hereby authorized to certify and issue vouchers on 
account of the above, as required by the terras of the printed 
•Instructions to Superintendents," payment of which the Disbursing 
Agent, when appointed, will be authorized to make from funds re¬ 
mitted him on account of the appropriation for the building. 

Respeotfully yours, 

** Jtet. 



(All letters in reply to official communications 


must refer to initial 


% *» 

in upper right-hand corner.) 


Apartment, 


<&fficz of tfue itejcxjetawj, 

j i; i ; f if 7 . 


er.srr., -Ti . w n 7>, ? cCilvrfei, Oe., 
Denver, Color?oo, 

( sr.il cm ©r\ 


Your proposal datod the brd instant, received vn.d^r 
advertioalent dated the l^th J. imo and opened on the fcth ir - nt f 
to furrti&h all the labor u^d meteri is required to complete the 


pen oral excavation, the trot pit excavation and preliminary c rf d- 
inf for the U* S. hint at Donvor, c>loi*.d‘» in strict accordance 
tdtV drawing - 1-5 nnd the specification, for the sum of throe t :ou«- 
and five hundred nd ninety-fc r iollar«I$ 5 ,$^ 4 » 00 ) ic hereby* accepted. 


Tt is understood that the fork iu to he cosplettd rithin 
thirty (oO) days Xrui the ti&te oi tho approve! of the fo^ ! 
centrum end bond *h4di jou will be required t* execute so o c««- 
antoe for the raithful perfMWwee of the wrk, o«td tonu to be 
1„ *. sun of one thousand eifiht hundred tollers Ul.aOtoOO), 
a fern for rtieh rill bo forwarded to >oa for execution «d return 

to thia Deportment ft>r examination. W**” 1 and * Ui *"* tt U 

. . naid contract end bond rvust b€ executed 

further understood that the 

, rirn (u) aays from the date of its 

and returned W you vithin fire W w 


receipt• 


t'esprs. C. MeiJUvray & oo 


•* Pti/ro 3 * 


It ie 'w<i«r»tood •»« ORrwd that * 0 * «*„„* ln 

6Wer!tEnee 18 not t8 b « *«*«»«* by *>« until t h8 approTfll 
Of -Jtm tald contract and bond, of *hich you rilt be notified. 

VXap.st proaptly a«fcno*Xed«o th* rseaipt of «il* letter, 

Re^eftlUlly joure^ 


See ret up* • 


v 


<?*n* 





0WS/O/y 

OF 

APPOINTMENTS 


ifccasutnj S^partmewt. 

Office the JSccvetacij, 
Wi&sliington, g. July 12 , 1897* 


/ 


Mr. Lee Ullery, 


Superintendent of Construction, u* s* Mint, 


Denver, Colorado* 


Sir: 


I Lave to inform you that the Department has this day appointed 
Mr. Oscar Hi2irichs as your Cleric, with compensation at the rate 
of twelve hundred dollars ($1200) per annum, from date of oath. 

His subsistence and traveling expenses while on the road from 
Washington, D. C. to Denver, Colorado, will be paid from the 
appropriation- U. S. Mint, Denver, Colorado.” 

You are hereby authorized to issue and certify vouchers for 
his services accordingly. 


Respectfully yours. 




i 


OLIVER CROSBY, President, 

Y. J. JOHNSON, Secretary, 

U. S. WOOD, Treasurer, 


Coder no circumstances do we goar- 
antee derrick Irons op other muchlner y 
unless specifically agreed upon In writ¬ 
ing. Any parts proving defective will 
be replaced, provided that the sume are 
properly tested Immediately after de¬ 
livery and notice of any defect* given 
ns without loss of time, but in no case 
do we assume responsibility for any de¬ 
lay or damage. 



CONTRACTING AND QUARRYING MACHINERY. 


general offices and works 

ST. PAUL. MINN. 


BRANCHES 


CHICAGO— 60 So. Canal St, J 
CINCINNATI— Carew Building 
NEW YORK— Havemeyer Bldg. 
NEW ORLEANS— He nnsn Bldg 


St, Paul, Minn. July 9th, 1097. 


Lee Ullery, 

Supt.Construction,Coinage Mint, 

Denver, Colo. 

Dear Sir:- 

We have to-day mailed you our general catalogue in the hope 
that there may be something shown therein which you will require on the 
new Mint Building during construction. We wish you would carefully 
examine our book, and then write us giving a full description of your 
requirements and we will submit some low prices for your consideration. 

Our goods are strictly first-class in every respect and we 


know v/ill please you and prices will be found reasonable consistent 
with superior quality. Anything of a standard nature can be shipped 

promptly '-immediately up° n receipt of order. 

Kindly a cknowledge receipt of catalogue on card enclosed 
therewith and hoping we may have business together, we are, 


Yours Respectfully, 




P.S: We also send you a recent publication which we call a "Sketch 

Book,** which we think will interest you. 
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July 3, 1897. 


^ou$£ of Ifopmmtatmes tl. 3 . 




tKJtastxingtcm, g. 


Hon* Leo Ullery, 

Superintendent of «on.,ru«„„„ „ t , h . ^ 

Washington, D. C. 


My Dear Sir: 


Mr. R. w. Watson of Denver, Colorado i: 


an 


applicant for the position of Foreman of Construction of the United States 
Mint building, to be erected in Denver. 

1 ' Ir# Watson is a Practical builder, and t/as assistant superinten¬ 


dent of construction of the postoffice building i 


{ 


ng in Denver. He is an 


active, intelligent, conscientious man, and will discharge the duties of 


tne position faithfully and well. Hoping that you will favorably 
-ider his application, I remain, 


con- 


Yours truly, 


dictated. 


0 / 7 , u*, / 


dr. w. 

'427 


c - ball, dentist, 

STOUT BLOCK. 

stout street. 


Telephone 1482. 


DENVER, COLO. 
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Ipint oh lire United States at ^)emjev, 

(lattice of ITxc ^ssayo; in jdxat*j$je, • 1 1 ' ■• - 


cir 


/•s • •ustodi?n of tbs lint Site pnor to .your appoints nt, I '•• 
authorized ly the Secretary of tee Treasury, tc turr. ever to you *11 oocu.. : > s 
relating thereto i’ oossesc I would say that I have none. 

nespectfully Years, 




• < 

Supt- Goustruciicr 0* • 

•Tsre Postc £otei : — 


V i I. t, 
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(All letters in reply to official communications 


must refer to initial in upper right-hand comer.) 


gveasimj Bcpavttuent, 


©me* xrf til* Jupctmsxug JMxhiteci, 


^rasMngtoix, §. &. r July 9, 1897. 


Mr. Lee Ullery, 

Office of the Supervising Architect. 


Sir: 


I have to advise you that the bond furnished by you for the 
faithful performance of your official duties as Superintendent of Pub¬ 
lic Buildings ,under your appointment dated June 30, 1897, was approved 
by the Secret ary of the Treasury July 8, 1897, and it has been placed 
on file in this office. 

Please acknowledge receipt of this letter. 


Respectfully yours, 


B 




« 


• (All letters in 


rcplp lo Official conmm.icat imt mut rff(r fma 


upper right-hand comer.) 



Enclosure. 


Jmtsury gepartmjeut. 

©ffice of it u J'U^cvuistixf, Architect, 

WtesUnQton, & <£.. July 28, 1897. 


Superintendent of Construction, 

Mint Building, 


Sir:- 


Denver, Colorado. 


I enclose herewith revised edition of Government Salary 
Table, lately published by the Department, for use in connection 
with the duties of your office. 


D. 



Respectfully yours, 



Acting Chief Executive Officer 


% 


Form 04. 

Ed. 12-20-’W—2,000 


.} 


AU letters in reply to official communications must refer to initial in upper right-hand comer . 


ADVISING SUPERINTENDENT OF APPROVAL OF CONTRACT AND BONO AND INCLOSING CERTIFIED COPY. 



(INCLOSURE.) 


^reasxmj department, 

Office: of THE SUPERVISING ARCHITECT 

Washington, D. C., July 30, 1897. 


Superintendent U. S. Mint , 

Denver, Colorado. 

^ I *». » F~ «- ““ l ”"“ 

John D. McGilvray and Company 

, . th eir proposal, accepted 

* +hp work embraced in 

performance of t ^ ^ fumUh M 0 f the labor and 

July 12 ' 

materials required for general excavation, 

building 

for the U. S. Mint d hy the Secretary of the Treasury 

under year superintendence, teas apt* ore 

^ of said formal contract and bond is herewith inclosed for 
A certified copy of said J 

your information and o/ this let ter and the inclosure. 

Please acknowledge 

Respectfally, yours, /O /? f 

Jghsi&te- 


B 



(AH letters in reply to official communications 


must refer to initial in upper right-hand comer.) 


r 


Jrcasuvij pepautmetit. 

Enclosure. CDfficc of the Supevuistng Avchiicci, 

^asliiugtjm, g. tf., July 31, 1897. 


Mr. Lee Ullery, 

Superintendent of Construction, 

Mint Building, Denver, Colorado. 


Sir:- 


I enclose herewith Disbursing Clerk George A. Bartlett*s 
checks (two), drawn to your order, as follows 

No. 92259, in the sura of twenty dollars and ten cents ($20*10) 
for expenses incurred by you in traveling under orders from this 

Department. 


NO. 92285, In the sura of ninety-four dollars and twenty-nine 

cents ($94.29), for salary due you for the current month. 

Please acknowledge receipt. 

Respectfully yours. 



pvief Executive Officer 




D. 


All Utif 


T9 t 


' rep ' y to "*m*»*m mini rrf,r to MM „ 


/S 

,f Pp€f tyrttw , ) 



i'vcas utuj Apartment, 

Office ot the Aupccoislng Architect, 

1 .^iau II <rr.. August 5, 1897, 


Superintendent of Construction, 
Mint Building, 

Denver, Col, 


Sir: 


I have to advise you that a request has been made, thi 


day, for a remittance to the Disbursing Agent of the building in 
your charge, in the sum of .. .$15,000,00 

4 

on account of the appropriation for: 

“Mint Building, Denver, Col," 

and that a draft therefor will, probably, issue in a few days, 

Respect fully yours, 



Act ing Chief Executive Officer, 



Un letters in reply U, official communications 




Enclosure. 


***' ™ fer 10 <nm ln *»f' right hand corner.) • 

Swasunj department, 

©ffice of trie ^Mpceuisittp Architect, 

®t*sW«flto«, g. *, August 6> 1897> 

Superintendent of Construction, 

U* S. Mint Building, 

Denver, Colorado. 


Sir:- 


X enclose herewith for your information and the 

files of your office a copy of a letter of even date accepting 

the proposal of Messrs. Fleming Bros., enclosed in your 

letter of the 30th ultimo, to erect and complete the temporary 

* * • •• 4 

office building for your use for the sun of four hundred and 
seventy-four dollars, ($474.00,) and to erect and complete the 
tanporary fence at the building in your charge for the sun of 
three hundred and sixty-ei^it dollars, ($368.00,) i n total 
amount eigfrt hundred and forty-two dollars, ($842.00,) all as 
fully set forth in said letter of acceptance. 

You will please advise the unsuccessful bidders for 
the work of the action taken. The return of the certified 
checks iiihich accompanied their proposals will form the subject 
cl another comnunication* 

You are hereby authorized upon the final and satis¬ 
factory completion of the work, to certify and issue vouchers 


Superint endent ,U.S.Mi n t,Denver,Colo. 


2 . 


on account thereof as required by the terms of the printed 
*Instruct ions to Superintendents", payment of mfai eh vouchers 
the Disbursing Agent has this day been authorized to make from 
funds remitted him on account of the appropriation for the 
building. 


Respectfully yours, 


Acting supervising arcnitect. 



/ 


r 



M.A.B. 


{AU letters in reply to official communications must refer to initial in upper right-hand coiner.) 

treasury gcptirtmcut, 

Office of tUz Mzcxzt<xx% 

Waslxitx0t0tx r §. <&., August *3, 1-97. 

Messrs* > lenini. 3roo», 

74 Broadway, 

Denver» Colo ratio • 

Gentlemen: - 

Your proposal addressed to the Superintendent of 
Construction of the tf. S. i4int Building in your eity* the low¬ 
est of seven proposal s received in response to invitation by 
circular letter issued ty him and forwarded to this Department 
in his letter of the $Oth ultimo, to furnish all the labor and 
materials requiwd to orcict and complete the temporary office 
building for his use for the sun of four hundred and seventy- 
four dollars ($474.0v >) ,-using Buekhom plaster .-end to furn¬ 
ish all the labor and materials required to put in ^Isice con- 
plots th* tempovary fence at the building in his charge* for 
the cun of three hundred and aisty-ei(^t dollars ), in 

total anount sirfit hundred «nd forty-tm> dollars (1843.00) t is 

9 

hereby ucc.pt.d> the Mm b.ine doened reasonable and a public 
exi fe-moy reqiiirint: the performance of the work *ieh 1. to be 
con?l9t«iin «riot seotMtnt* with tho 8(>ecif ieation and c.’.. - 
inn "A* pr.p«.od by the Superintendent and on file in hie of- 


flee. 


It Is understood and agreed that the entire work ombracea 
in your proposal is to be completed within twentyUG) aaya 
from the time the gmding md excavation of the lot»( «hich 
are now under con tract,) have been completed* 

The proceeds of the certified check for seventeen dollars 
and fifty cents ($17.SO), which accompanied your proposal 
will be retained at thia Dopart^nt until the receipt or 
notice from Superintendent of the final ana satisfactory 
completion of the work. 

Pl«-jase proiaptly acknowledge the receipt of this letter, 
a copy of which has been forwarded to the Super intendent for 

his giidancfi* 

Respectfully yours 9 


Caeretary* 



'l.K.8 



(AU letters in reply tp official communications must refer to initial in upper right-hand comer.) 

§epnxtmmt, 


Inclo sure s. 


©ffice at the Juprewtsitxg ^cMtejct, 



Winshingtan, <$., Augu st 9,1897.. 


Superintendent, 

New U. S. Mint, 

Denver, Colorado. 


Sir: 

Referring to office letter of the 6 th instant, advising you of 
the acceptance on that date of the proposal of Fleming Bros., for tem¬ 
porary office building and fence at Denver, Colo., I have now to re¬ 
turn herewith the checks submitted with the proposals of the unsuccess¬ 


ful bidders, they being as follows: 

J.H.Corrin,dated Denver,Colo.,July 29,1897,No .tlank, drawn y m, 

on The First National Bank of Denver,for twenty-five dollars U’25.) to 
the order of “The Treasurer of the United States . 

Sart & Cockrell, dated Denver, Colo., July 2 ^ 1 !, 97 ; No -^ 1 ^;ffS 2 n 
Alfred Hart, on the Denver National Bank,for th_r /- w0 
to tVip oT*dsT* of “ Uni ted Stat ss Ti*g&sut* 6 I* • 

Hughes & Stewart, dated Denver, Colo .July ^^BJHonSdrawn By 
them on The Central Savings Bank, for twenty dollars U20.) to the or 
deT o*f **of Units o. Statss . . 

- P.J McNulty, dated Denver,Col. .July 29 1897 Ho Blank drawn by him, 
on the Colorado National Bank, for thirty dollars (i30.) to the oraer 

of "u. s. Treasurer". , . . . „ _... pa 1097 

qhultz & Fover Cashier's check dated Denver,Col.July 2y,iB.r, 

lars and forty-five cents 


Supt ,U. s .Mint ,Denver, Col,, page 2— 



J .E .Manerleft, dated Denver,Col.,July 29,1897,No .blank, drawn by 
Z.Manereift ,Adm., on The National Bank of Commerce in Denver, for 
nineteen dollars and seventy cents ($19.70) to the order of The Treasu 

rer of the United States* 1 . 

Respectfully yours, 



Acting 7 Chief Executive Officer 














(AH letters in reply to official comm uni cotions mwft refer to initial in upper right-hand corner.) 




f 


Enclosure. 


/y 

Jgmisnnj Jlepartmciit, 

(Office of ilxc i'upcvuisinn Architect, 

^asfcittjjtcru, p. (£,, August 10,1897. 


Mr. Lee Ullery, 

Superintendent of Construction, 
U.S.Mint Building, 

Denver, Col. 


Sir: 

As the Disbursing Agent for the building in your charge 
has qualified, and funds have been placed to his credit with which 
to pay vouchers properly certified by you,and receipted,the vouch¬ 
ers in blank,receipted by you and your clerk,are herewith returned 

Respectfully yours. 



Acting Chief Executive Officer. 



(AU letters in reply to official communications must refer to initial in upper right-hand corner.) 


treasury gepartmjeut, 

Office irt the Jhtpevmsittjj ^echitect, 

i/olashtwytoix, 3. (£., August 13, 1897. 


Superintendent 


Mint Building 


Denver, Colo. 


Sir 


Referring to your endorsement on letter dated August 7, 1897, 
addressed to you by Messrs. Jno. D. MeGilvray and Company, contrac¬ 
tors for the excavation, etc., for the Mint Building, at Denver, 1 
have to advise you that the time for the completion of the work em¬ 
braced in said contract is thirty (30) days from July 29, 1897,the 
date of the approval of the bond, and is inclusive of Sundays . 

You are further advised that due consideration will be given 
at thi time of final settlement, to the question of any unavoidable 
delay which may occur beyond the contract time. 


Respectfully yours 



Acting Supervising Architect. 


nr 



(AU lettera m reply U> official «W . w mu8 i ° U M in upper light-hand coma . ) 


Enclosure, 


JCmtsmnj gepavfwcut. 

<3>fficc of the Architect, 


Washington.. g. ®., August 12, 1897. 


Superintendent of Construction 


U. S. Mint Building, 


Denver, Colorado 


Sir: 


I enclose herewith Disbursing Clerk George A. Bartlett's 
check, No.92869, drawn to the order of Oscar Hinrichs, in the sum 
of sixty-one dollars and sixty cents ($61.00), in payment for 
traveling expenses incurred under orders from Department, 

Please acknowledge receipt. 


Respectfully mma 



Acting Chief Executive Officer 


B. 



9h*. (L. 


Otffen 
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Washington, DC Aug 19th-97. 

Supt Ullery _' • _ 

New Mint Denver, Colo. 

Go to post office Pueblo Colorado reaching there Monday morning 
find letter care Supts clerk there answer. 

C E Kemper, 

Actg Supervising Architect 

10:14am 
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Supt: Ullery, 


Washington,D.C. Aug V0th.*97 


New Mint, Denver,Colo. 


Further work is waiting information from Test pits. How soon 
will it he supplied. 

G. E. Kempon, Acting Super- 
Vising Architect 


10:06am 













Design Patent. D*«.20-IM7. 
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U S Mint, 

Denver, Colo 


Secure and hold appointment of Ernest Brauer as watchman upon the 
building in your charge and report fully the necessity for such 
services. Appointment mailed yesterday 


F A Yanderlip,Asst Secy 


10 am 













PROVIDING FOR THE ENFORCEMENT OF TEE PROvromm „n „„„ 

JDLTg7 ’ 1S97 ’ M ™ ***OVAL FROM THE C^ZeD SERVICE. “ °' 


1S97. 

Department Circular No. 1S2. 
Division of Appointments. 


'I'veasuvy Department, 

Office of THE SECRETARY, 


Wiashington, I). C., August 11. 1897. 


® m<Sere a " d wnte #f this Department is called to so much of Executive 
Julj 2<, 1897, as is amendatory of Civil Service Rule If, and provides as follows: 


“Xo removal shall be made from any position subject to competitive examination except for just 
cause and upon written charges filed with the Head of the Department or other appointing officer and 
o w lieli the accused shall have full notice and an opportunity to make defense.” 


In view of the foregoing, whenever any officer, agent, clerk, or employee in the service of this 
department shall appear, to the officer or agent charged with the supervision of his official conduct, to 
b(> guilty of such dereliction of duty, delinquency, or misconduct, or shall prove inefficient to such an 
extent as to seem to justify the removal of such person from the Service, or his reduction in grade, it 
shall be the duty of such supervising officer to immediately forward to this office written charges and 
specifications, detailing fully and explicitly the reasons for removal or reduction. 

At the same time a complete copy of the charges and specifications will be furnished to the accused, 
with the information that such defense as is desired to be made in the premises must be submitted to the 
supervising officer for transmission to this office, within three days from date of receipt of the copy of the 
written charges. 

Whenever it is impracticable to present a copy of the charges to the accused in person, it will be sent 
by registered mail and the receipt carefully preserved. 

The fact that the accused has thus been furnished with a complete copy of the charges, and informed 
of the opportunity to make defense, as above set forth, will be reported to this office at the same time 
that the written copy of charges is forwarded to the accused as aforesaid. 

In the event that the accused fails to mail his written defense to the supervising officer, within the 
time above specified, it will be assumed that such person does not desire to embrace the opportunity thus 
afforded. 

The written defense will be delivered in person when practicable, otherwise it should be forwarded 
to the supervising officer by registered mail, and, after due examination, immediately transmitted to this 
office, accoiup an j e( j by a letter of the supervising officer submitting his views in the matter of the defense, 
and making SUc p rec0 mmendation as the circumstances and the nature of the defense may seem to warrant. 

When the circumstances are such as to render it evident that the interests of the Service will be 
better subserved py j mlJ1 ediately relieving the accused from duty, pending action on the charges, that 
course will be pursued in which case the action taken will be promptly reported to this office. 

Supervising otftcei ’ g wi[1 furu j s ] 1 eac h officer, agent, clerk, or employee within their respective juris 
dictions with a copy 0 f (c j rcu lar, and enforce strict compliance with its provisions. 


L. J. GAGE, 

Secretary. 


(AU letters in reply to official ccrn nunicotUms must refer to initial in upper right-hand comer.) 

Jgreasurtj department, 

©ftxcc erf the Snpevuxstng Architect, 

'Sdtashinjjtou, (£., August 19 th, 1897. 

Superintendent of Construction, 

U.S. Mint Building, 

Denver,Colorado• 

Sir*.- 



Your letter of the 13th instant,in regard to supply of flag for 
Superintendent’s office, used in connection with the erection of the 
U.S. Mint "building under your cnarge is received,and has been referred 
to the Chief of the Revenue Cutter Service in order that your request 
may b complied with. 

Respectfully yours. 


F. 




(AU letters in reply to official communications must refer to initial in upper right-hand corner.) ^ 

Jgreasatnj §jeparim£ttt, 

©ffUe of thz ^upewijsing ^xchiizcSt 

^lashiufitou, August 19tli, 189 7* 

Mr, Lee Ullery, 

Care ,, Mr, T.P.Foreman,Clsrk to Supt.of Construction t 
U.S. Post Office Building , Pueblo, Colorado. 

Sir: 

Telegram addressed to you this day at Denver^Colorado,directing 
you to proceed to Pueblo, Colorado,is hereby amplified,this being the 
communication referred to in the despatch. 

This office regrets t~ learn that Mr. George W. Roe Superinten¬ 
dent of Construction of the Post Office building at Pueblo ^Colorado *is 
ill with typhoid fever,and consequently will be unable to attend to 
his duties for some little time. You are directed therefore to relieve 
him in a measure by looking after the conduct of the work as embraced 
in contacts with L.L.L sach and Son,and J.J.Hannigan,respectively for 
th ® 8r90tion of tho building and the supply of the plumbing, copies of 
511 contracts >4rawings,correspondence &c., will be found on the super¬ 
intendent's : Ues,and you will take such action as may be necessary 

f ° r thS ‘ ,rot9Ction of the Government's interests and for the success- 
ful Prosecution of the work. 

Ut U lS douotleas unnecessary to inform you that you must not cer- 
so f'tany vouchers ,but to limit your duties to securing proper 


page 2 # ) 


(Mr . Lee Ullery, Care,Clerk to Supt. at P.O., Pueblo,Colo 


performance of work. 

It is assumed that you have completed all arrangements necessary 
in your absence incident to the excavation &c.,for the Mint building 
at Denver,Colorado, under your charge .but should your pr» ence oe 
necessary again at Denver within a few days notify this office thereof 
toy wire when further instructions will be given to you in that direc¬ 
tion,and in this event you should supplement your despatch by a letter 
stating whether it will be necessary for you to re-visit Pueblo, 

Your actual travelling and subsistence expenses from Denver ^Colo¬ 


rado, to Pueblo,Co lor ado and return will be paid from appropriations 
under the control of this office. 


T> 


Respectfully yours, 


F« 



Acting Supervising Architect, 



(AU letters in reply to official communications must refer to initial in upper right-hand comer.) 

gveastmj §epavtraeut ; 

(Office of the Jhtpetmisit%0 Architect, 

WinsMnBton, August 24th, 1897. 

Mr* Lee niiery, 

Care,Mr.T.H.Foreman,Clerk to Supt. of Construction, 

U.S. Post Office Building, Pueblo, Colorado* 

Sir: 


Your telegram of yesterday just received,stating that it is nacess 
ary that you should be in Denver on Friday and Saturday in connection 
uitii gathering data resulting from sinking test pits incident to the 
'rection of the Mint building at that point under your charge. In 
V18W of tbe statement made you are hereby directed to return to Denver 
and to gather and submit the information necessary to the preparation 
fJ: further drawings for the work. 

4 

You are requested to advise this office as to the conditions 
which axist at Pueblo .Colorado,in the erection of the Post Office 
Gliding at that point,hy reason of the absence of the Superintendent 0 
Construction through sickness, and to state whether it is your judgment 

that a Pr ° P ’ r r6gara for th9 Government's interests demands your pres- 
again at Pueblo. * 




Re spectfullyarours, 

Acting Supervising Architect 


tfVlS/O/v 

OF 

APPOINTMENTS. 



gmmtnj gjepartmenl, 

Office of tlte Jiccvctavij, 

Waslxin^toix, <3. August 18, 1897. 


Mi'. Lee Ullery, 

Superintendent of Construction, U. s. Mint, 
Denver, Colorado. 

Sir: '• 


I nave to inform you that the Department has this Say appointed 
“* Ernest BraUer as Temporary V/atohman in connection with the 
building under your superintendency, with compensation at the rate 

0f tW ° d0llai,S and C0nts (*a-eo) per diom, Sundays included, 

*o... d_te Ox oath, for a period not to exceed three months. 

You arc authorized to issue and certify vouchers for his 
services accordingly. 


Respectfully yours. 




) 



J)«c4n Pit«nt.D*c.20‘t887. 


-f 
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109-KS.UI.H. 35 Paid GovH 
17ashington,D. C. Aug* 23rd. 1 97. 

Llr Lee Ulrick, 


Suot of Construction, 


U. S. Mint, 


Denver, Col. 

Utter of appointment of Ernest Brauer mailed August 19, 

1397 too late for compliance with request. 

L. J. Gage, 

• Secretary.3: 11. 














OFFICE OF THE SUPERVISING‘ARCHITECT, 


WmAtnyton, @f. ...August... 20th f .. v JSi/l . 

Sup$rintanden,t--oi’---Cons-truct ion,. 

U.S./Mint BuildingHe. w) t . 

Denver, Colorado*. .. 

Sir: 

In view of the request and recommendation contained in your letter of the 

12th, instant,_ _ _ # and, the public exigency requiring the immediate delivery 

of tiui- articles mid performance of the work, you a,re- hereby authorized; to incur an 
expenditure not exceeding one hundred and fifty eight..dollars ($158 •00) 


in securin g in open market at lowest prevailing rates : 


one (l) desk for use of Superintendent, 

_ 7 one (l) desk for use of Clerk,_ 

$ 22 

18 

00 

00_ 

7 two (2^ desk chairs, at $3.50 each, 

_ 7— 

00 

four (4) arm chairs, at $2.25 each. 

9 

00 

y one (l) six-gallon water cooler, _ 

3 

25 

_ J one (l^ #11 red oak heating stove, _ 

* 7 

50 

mmum ... ■■ ■■■■■ » —— ■ ■ ■■ ■■ ■■ ■■ ■ ——— ■■■ 1 wmm — 

Six (6) glasses, 25/ ; one (l) lamp and oil can , 75/ ; 

1 

00 

two (2) towels, 


25 

v one (i) #6 Remington typewriter,with metal cover, 

90 

00 



* 


— V «*■*. 

: f .v «; _•_ 

Total. 

IP > 

i5S 'DO 


Ton are also hereby authorized to certify and issue vouchers for payment on a ccou n t 
of the above, in accordance with the requirements of the printed “Instructions to 




Superintendents,” approved May 8, 1886 (see sections XXXIV to XLIII, inclusive); 
which payment the disbursing Agent for the building under your charge has this day 
been authorized by the Department to make from funds remitted him on accoun t of the 

on for the *U.S,MintHenvrr, Colo." . 

Respectfully yours, 



Acting Chief Executive Officer. 


F fcl 7 4—.>,000.) 


2—816 













































No. 17. TREASURY DEPARTMENT 


Form No. 

THE WESTERN UNION TELEGRAPH COMPANY. 

INCORPORATED 


21,000 OFFICES IN AMERICA. CABLE SERVICE TO ALL THE WORLD. 


This Company TRANSMITS and DELIVERS messages only on conditions limiting its liability, which have been 
Errors can be guarded against only by repeating a message back to the sending station for comparison, and the Cor 
in transmission or delivery of Unrepeated Messages, beyond the amount of tolls paid thereon, nor in any case where 
after the message is filed with the Company for transmission. 

This is an UN REPEATED MESSAGE, and is delivered by request of the sender, under the conditions nam< 

THOS. T. ECKERT, President and General Ma 



RECEIVED at 1629 to 1633 Lawrence St, Denver. Colo 

166 Ch Ei Nr 23 Paid govt 


Washington,DC., Sept 1-97 


Supt Ullery, 


1 


Jollowing message, 
jle for eriuiaop i^layu 
riting within sixty day* * 


Standard Time, 



New Mint Bui lding, Denver ,C ol. 

*■* * 

Letter 28th receivedjreturn to 

Pueblo if necessary. 

* 

James P Low.actg Supervising 
architect.* 2p. 

















0«sl*n 
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FORM 16, DtNV. 
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telecra 

,, L TELEGRAPH-CABLE COMPANY. 

This company transmits and delivers messages subject to the terms and conditions printed on the back of this blank 
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Received at Main Office, 026, i 7 th Street, Hrnest & Cranmer Building. f Telephone rann ) 


1 Po. Ft. U. 10 collect. 1 ex. 

Pueblo, Sep. 2, 1897. I 

Lee Ullery, 

Sup‘t Construction U. S. Mint, 

Denver. 

Your assistance here necessary to prepare monthly report. 
T. P. Foreman, Clerk. 

* 

9:07 ft.in. 














NOTIFICATION THAT FLA6S HAVE BEEN SENT. 


^rjeasunj Department, 

Office of THE SECRETARY, 


Washington 


, i). a, ..CXliCi vUi'i 




Sir ; 

Ref erring to your letter of the t>. .~. -tlJ 014 ' 

ore informed that the following-described flag , for the use of the O as tom 

• Hmt ' iw at , JA-. ^ , . 


ha/)/ been forwarded by to-day’s mail to yoar address: 



Respectfully yours, 


&IVUII02C OK Rkvknub Cuttre Skkvycb. 
Form No. ♦♦•--Ed. 8 I 'J6 250. 


























Mr, 


(All letters in reply to official communications must refer to initial in upper tight-hand, corner.) 

treasury department, 

Office of the i»upcrmsin0 Architect, 

(Kftashinjjton, |i. ®. , Sept emba r lst,1897» 

S 

Superintendent of Construction, 

U 0 S 0 

\y 


Sir: 




I have to-, direct that you will,on the last day of the pi^sent 
month,prepare and mail a letter addressed to this office,giving 
briefly but explicitly the following information: 

at September 3 tth^l 8 S 7 ^ f andI anCemGnt ° f hranCh of the work 

year endi“’septembf/mhllss?! aooom P lis ^ during the 

statement shoul^b e°p repl re a in^uf 103 ai ’° n0t desi «a,but the 
the condition of the wok, for use in'™* 16 " f S Wl11 oonve i r readily 
vion of the annual report of onerationoT 16 ^ • ? n With the P^para- 

*- SS2K SkiS-”. 



Respectfully * 




yours 




s y 



„ , , Aat ing Supervie^T^’- 

nSAr °hiteot. 


y P 







U U letters in reply <o official canrmunications nust refer ft initial in upper HpU-Mni corner.', 

grsasurij department, 

Office of tlxc Super wising ^vcfiitect, 

maslxingtcrn, §. <®~ September 4, 189/. 


Superintendent of Construction, 

Mi lit. Building, 

Denver, Col. 

Sir: 

As it appears from your letter of the 30th ultimo that 
Messrs. John B. McGilvray and Company of Denver, Col,, have com¬ 
pleted according to plans and specifications , and within the stip 
ulated time, the work embraced in their contract dated July 12, 

1897, in amount .....$3,594.00, 

for general excavation, etc., for the building in your charge, you 

are hereby authorized to issue a voucher in favor of the Com¬ 
pany, in the sum of. 

.. 

being the final 10* outstanding thereunder, for parent by the Di s 

bur sing Agent of the building. i„ the usual manner in 

x m anner, m accordance 

with instructions, this day, given. 

Amount^contract, date^wris^lSgr' 1 " 15 

ss P a 37nents on account,, # 4 .$3*594.00 

Amount of proposed voucher.- 2 34,60_ 

.#359.40 

Respectfully yours, 

? . '• A. / sK / / -a>,, /. ' 

^ting Chief’Executive Om’ C er 










(AU letters in reply to official communications must refer to initial tn upper right-bond cornet. 

greasing §jepattment, 

©ffice of the J&upetnrfsiug Architect, 


Enclosure, 


mastougixrtx, g. September 4, 1897 


Nr. Lee Ullery, 

Superintendent of Construction, 

Mint Building, Denver, Colorado, 

Sir:- 

Replying to your inquiry, I have to advise you that 
Fora No, 17 is the only voucher necessary for the records of 
this office; that said Form No. 17 should be made in duplicate 
(the original to be transmitted with the Disbursing Agent*s 
account, and the duplicate to be retained in his office; that 
the voucher should contain the names of the whole force, from 
the Superintendent, consecutively, and be properly receipted 
and witnessed, and in the column under "Remarks," should be 
Mted the date of the letter of appointment ef each. 

Vouchers may be made out either for the full month, or, 
if it is desired to pay the force twice a month, one from the 
1st to the 15th, inclusive, and at the end of the month, one 
from the 16th to the last day of the month, inclusive, the 
total amount of the two vouchers to agree with the amount speci- 

ft 

f led for the entire month in the Government Salary Table. The 


original of each of these vouchers should be forwarded by the 
Disbursing Agent with his account for the month in which payment 
is made. 


The stamp enclosed with your letter is herewith returned. 



Respectfully 


Acting Chief Executive Officer. 


(All letters in reply to official communications must rcfef to initial in upper right-hand comer.) 

greusury gjeparlrojetxl, 



Qffizz jcrf thz ^mpzxvizlnQ JwcMtejct, 

WtesMughm, §. <&., s eptemb er 1st, 1897 


Superintendent of Construction, 

U.S.New Mint Building, Denver, Colorado, 

Care Clerk to the Superintendent of Construction, 

U. S.Post-Office, 

% 

Pueblo, Colorado• 

Sir: 


Your letter of the 28th ultimo, is received, and in view 
of the statements therein made, you were directed by wire this day 
re film to the post-office building, Pueblo, Colorado, for the 

t 

purpose of superintending work in the erection of the building 
named. Your stay at Pueblo, Colorado, is to be governed by the 
conditions existing at that point, and also at the building under 
Sour charge, and as soon as said conditions no longer exist, you 

ere directed to return to Denver, Colorado, and resr-nne your duties 
in connection with the new U.S.Mint building. 

Your actual traveling and subsistence expenses nhile in the 

performance of this duty will be paid from appropriations under 
the control of this office. 



RespectfulW yours. 


k. 


Acting Supervising Architect. 


No - x 7- TREASURY department 


fform No. 16^ 


THE WESTERN UNION TELEGRAPH COMPANY. 

-INCORPORATED- 

21,000 OFFICES IN AMERICA. CABLE SERVICE TO ALL THE WORLI 


• _—- / x 

This Company TRANSMITS and DELIVERS messages only on conditions limiting its liability, whichi have: beenjP^edto^ ul3e 

u* _ * n ~A**A r^oinct ^nixrhuT-^r^ntinrr a. mftssui£Tft hank to the sending station for comparison. and the Coqypya^-^Qo^pSjfcnted^i’MnUngirtSSosixty days 

Affi^.r t.hf> mftssAgpiatB«d.wit h - tb a Cnmpapy for transmission. , ,. .... __ 

This is an UNREPEATED MESSAuTT, and is delivered by request of the sender, under the conditions name 

THOS. T. ECKERT, President and General Mani 


Standard Time, 


jii 


RECEIVED at 1629 to 1633 Lawrence St., Denver. Colo. 

278 Ch Ei On 44 Paid Govt. 

• | 

Washington, D.C., Sep. 8, 97 

Supt. Kllery. New Mint Bldg.. Denver, Col.^ 

Extended 

or until Ui« s» “5,^” report in irrftirti. 

additional pits same depth. C.E. Kemper, 

Act^. Supvg. Archt. 
2:46 p.m. 
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134 exd::i s 27 paid Govt Tate 
Washir^t on , Dc ., S ep 9,1'397 
-Supt Ullrick 


T oti 7 I Mi n+ 

1* C .• a! w f 

Denver, Colo 

Telegram received. Authorized to expend on hundred eight- four 
dollars seventy five cen+s sinking test pits. 

0 L Spaulding, Asst Secy 


12 45pm 














O' vls, 0/v 

OF 

appointments 

I ^ 



Mf 

Jreasitty §spixvtmmt. 

Office erf tfie isvecvctavg, 
W>K&hiuQton, §. o., September 7,1887. 


Mr. Lee Ullery, 

Superintendent or Construction, U. S. Mint, 

Denver, Colorado. 

Sir: 

Department letter of August 18, 1897, appointing Mr. Ernest 
Brauer as Watchman in connection with the building under your 
super in tendency^ is hereby canceled, no necessity appearing to 
exist for such services at the present tine. 


Respectfully yours, 









t 

(All letter* in reply to official communications must refer to initial in upper right hand earner.) 



©ffics at the MnpzxmsinQ ^rehiteet, 

mxsniuQtim, f. September 8th, 1897. 


Superintendent of Construction, 

U.S.Mint Building (New), 

Denver, Colorado. 

Sir: 


In view of the statements contained in your letter of the 
4th instant, you are advised that it will be unnecessary for you 

KV1Slt PUebl °* C ° l0rad0 « £md Previous letters and telegrams di- 
reeting you in this matter are hereby cancelled. 

Respectfully yours. 


to 




No. 17. TREASURY DEPARTMENT 



i* Jgcpairtwcnt, 

SECRETARY, 


of THE 


/ <r ***’/*' 

Y*~~ * 




OF DIVISION OF 6TATK 


and blanks. 


6CHX#. 



(AU UU** in reply; io official nmnunleetUm* mnet refer *e MHa' in vp?*r right hand 


enrner.) 



Etrcastunj department, 

(bttlsx 01 Vex J6u4jjec0lsinji ^ixfciUct, 

mwfeircgtinx, §. C., September 10,1897. 


Super int endent of Const ruet i on, 
U.S.Mint Building (New), 
Denver, Colorado. 


Sir; 


Confirmatory of Department telegram addressed to you on the 
9th instant, in reply to your telegram of the same day, and in 
view of tiie public exigency requiring immediate action, you are 
hereby authorized to incur a liability not exceeding one hundred 
and eighty-four dollars and seventy-five cents ($184.75), for ex¬ 
tending penetration of five pits to elevation thirty-four feet, or 
until they go four feet into gravel, and for sinking four addition 
al pits same depths, to ce located by you, and to include curbin'- 
‘'Oftplete, at th q site of the building under your charge* 

Upon satisfactory performance of the work, you are authori¬ 
zed to certify and issue vouchers, in accordance herewith, for pro 
station to t ie Disbursing Agent, who has this day notified of 
Uiis action and directod to make payment thereof from funds in 
p‘ hands on account of the building. 


% 


i \x. 


Respectfully yours. 


Acting Supervising Architect* 






/ / /V 

j>r 

(- 4 K letters in reply to official communications must refer to initial in upper right-hand cornet^/ ''yj — 

%vZ(is\\x% gjepartmetxt, 

Enclosure. mixta ttxe Supexjwisiua fSxtWttzti, 

WL&sfaington, g. September 14, 1807. 


Ur. Lee Ullery, 

Superintendent of Construction, 

Mint Building, 

Denver, Colorado. 

Sir: 

I enclose herewith Disbursing Clerk Thomas J. Hobbs' 
check. No.113449, drawn to your order, in the sup. of twenty- 
three dollars and twenty-five cents (#23.25), in payment for 
expenses incurred in traveling from Denver, Colorado, to 
Peublo, Colorado, and return, in regard to Post Office build¬ 
ing, Pueblo, Colorado, under Department orders. 

Please acknowledge receipt. 

Respectfully yours^. 

Acting Chief Executive Officer. 


B. 


U n Mer, in reply to official commnnicaiion, mmt refer to Mri VP* r ”>* *" 


Office xrt t&e Su^wisiug &xxtate£t, 


-■ __. T 1QQ7 




Super int an dent of Construction, 
U .S .Mint (New), 

Denvor, Colorado. 


Sir: 

Your letter of the 11th instant is received, enclosing pro¬ 
posal for additional penetration of test pits, und -oi /inking u “ 
ther test pits, at the site of the building under your charge, 
and enclosing your estimate for the performance of the work. 

The concluding paragraph of your letter would seem to demand 
some further information. Under date of the 8th instant you were 
informed by telegram that further penetration of the pits was de¬ 


sired, and that four additional pits must be sunk, and requested to 
■are cost. In response thereto, you informed this office, by 
-dre, that the work could be performed for the sum of $184.75, in- 
eluding curbing, and revested authority to accept a proposal. 


pr0P ° Sa1 ’ a PP aren ^ly» was thai in your possession and formed 

1116 baSiS ° f ^ diSFatch * P">P«* authority was given for ac- 
«1 it it ™a.„». U , to u, a t tt . Mddo, „ ld 

‘°™ A h "” U 0t “» --«»st«„ s . and .a, pn.nanod toV, 






Sujgt Mint^ Denver^ Colorado, Page_2* _ 

ever, you prepare an estimate of cost, aggregating $191,25, and in 
the concluding portion of your letter above referred to, you state 
that the difficulties encountered in excavating to the depth re¬ 
quired, would seem to demand that the amount included in your esti¬ 
mate should form the basis of settlement. 

Such a method is contrary to prevailing practice of this 
office, and the authority givsri by Department telegram of the 9th 
instant, and confirmed by office letter of the 10th instant, will 
be maintained. 


Respectfully yours 




Architect. 



Office of 



V. 


Superintendent of 


U. 5. 











c* /--Q 

^\^rri^X. <LA^y^^ -^XjC^J — 

y-<y> ^lc£ -2/' 

. - , ^o^ Q^y 

'1y(SLyi^r K Alj^ft^'V'Ls^i-^ —-<mLc!~ e_ 

' / &J/<r~ 





















'em, @f. G'., —.September 17th,, ,1$ <fl . 


jupjfint'd-ndfist—of"'Consti?uctio^^— 

U.S. Mint Building,-.—. 

Denver, Colorado. 


Sir: 


In view of the request and recommendation contained in your letter of the 

13th. instant.,__, and the public exigency requiring the immediate delivery 

of the articles and performance of the work, you are hereby authorized, to incur an 
expenditure not exceeding eight dollars ($8*00) .-.U-. 


in securing in open market at lowest prevailing rates . 


fn%* «* AYV f n f water for use in office of the Superintendent 

$ 


of Construction for twelve months, from the 20th instant, 

8 

00 

V 1 vO ri O v 1 Ulv WA v/ A* * ^ f 



0 A ft / ^ - 



■- : - 



- -—; -Jf 



- 9" „/r 771 



—---- 1 



' - —-- —-—-- 

a - 


Total . 

8 

00 


Ymi nre a lso hereby authorized to certify and issue vouchers for payment on account 

Of the above, in accordance W ith the retirements of £?%%%». 

Superintendents," approved May'S, 1886 (sec sections XXXI\ to XTAU, m . , 

JiTlrmvnt the disbursing Agent for the building under your charge has this day 
hJSforized by the Department to make from funds remitted him on account o, th. 

'approbation for the .....MJU- Mint-*- MVbL- 

Respectfully yours, 

JB. 


%*■' 7 -«,_ 1 — 6 , 000 .) 


2—816 


i. 



Actlng Chief Executive Officer. 


V V 















































Office of the Jtotrueyor of (Customs, 
^ovt of $znozv t (&olo. t 







. *. **——'-'*» ■*' 1 '™'" > 

jxeasurp departments 


Office of the Supcruisins Architect, 

septemb.r 25, 1SS7. 


»' "s*.ruiuu, 

Denver, Colorado. 

Sift • 

As it appears from your report of the 20th instant 
that Messrs. Fleming Brothers, of your city, have satisfactory 
completed, in accordance Kith the plans and specifications, and 
within the stipulated time, the work embraced in their proposal, 

sccepted August 6, 1897, in the sum of . $842.00, 

to furnish all labor and materials to erect and complete a tempo¬ 
rary office building, and also a temporary fence at the building 
in your charge, you are hereby authorized to issue a voucher in 

favor of the Contractors, in the sum of.......#84.20, 

being the final 10$ outstanding under said proposal, for payment 
by the Disbursing Agent, in the usual manner. 

The following is a statement of the account 

Contract, dated August 6, 1357...#342.00 

Dess payment on account..... 757.80 

Amount of proposed voucher. . $84.20 

Respectfully yours, 

y iff/ /s-- 

Acting Chief Executive Officer 




v 

i 









c 


UU letters in reply to official communications must refer to initial in upper right-hand comer.) 

msnvy gepartmeut, 

mticz of the Jinpevuisitxg &vcMtzct, 



W.K$UinQton, fit.. September 25th, 1897 

Superintendent of Construction, 

•r 

V.S. Mint Building, Cor.Colfax Avo.,& Evans St., 

Denver Colorado. 


Sir: 


Referring to the concluding sentence of your letter of the 21st 

instant .giving your address.it is suggested that you notify the postal 

Whonties in your city,and thus insure delivery of all mail,which 

addressed to you 'Superintendent of Construction.U.s.Mint Build 
Denver, Colo. 1 


Respectfully yours, 



l 


Acting Chief Executive Officer. 



• ^ ,0 official Creations muet refertoinitial in upper ri.M-kand corner.) 

{All letters in reply to ojjicw 

greasnra fitment, 

©{{ice at tU SupctMisiug £*cftitecl, . 

Wiuunflfam, §.«, September 29,1897. 


\ 

Superintendent of Construction, 
U.S.Mint (New), 

Denver, Colorado, 

Sir: 


Mr,George W,Roe, Superintendent of Construction, of the post- 
office building, at Pueblo, Colorado, having been granted a. leave 
Of *30106 for fourteen days from the first proximo, you are here¬ 
by directed to proceed to Pueblo, Colorado and represent him dur¬ 
ing his absence, so -far as directing the work and securing rapid 
Prosecution. You must refrain from certifying to any vouchers dur- 
"* P -‘ M ”»“»• »•» a««Uo» slmply u seour . ' 

*• * *—«»ww- 


nnd Son. 


y»u .m rTOln at ror 

> - - <*. o, ttet ’ ; not “ os,edta * 

Presume your dutiag, ^ Um t0 Den?er ' Col orailc 

Your „t M1 tr „. ling ^ 

■o„n«.o. of tti , ^ r "“ *“« i» tho 

' C0ntr01 of this office Res fr ° m aPPTOpriatio ^ under 

lce * Respectfully yours. 


4 


fcv 




*»Hn e Su pt , v , tlng ^ 



b b 


(All letters in reply to official communications must refer to initial in upper right-hand corner .) 


Enclosure. 


Qxmm gspartment, 

Officz of Xhz MnpzxmzinQ 

masMugtow, f. September 30, 1697. 



As it appears from reports on file in this office that 


Messrs. Fleming Brothers have satisfactorily completed the work 
embraced in their proposal, accepted August 6, 1597, for fence, 
etc., at the building in your charge, I enclose herewith check, 
No. 239, drawn by the Acting Secretary of the Treasury, to their 
o^er, in the sura of seventeen dollars and fifty cents ($17.50), 
koing the amount of check submitted with the proposal above re¬ 
ferred to. 

Ble&se deliver the check, and acknowledge the receipt of 
this letter. 




Acting Chief Executive Officer. 


0 . 


A 1" TELEGRAPHIC CODE 


,/ S 

tho *** 1 H‘ n#1£er 

„ e*' tEY 

ledY^' Accountant 


• t 


TELEPHONE 620 


Portland Cement Company of Utah 


Office and Works 

Eighth South & Fifth West Streets 


MANUFACTURERS OF 

PORTLAND CEMENT 

SALT LAKE CITY, UTAH, CCtOuer 2nd, 1897 . ibq 


E. ULLERY, ESQ, 

Superintendent, United States Mint Building, Denver. 

Dear Sir:- 

May we trou'ole you to let us know what is the 
present status of construction on the building under your charge, 
and on what date it is expected that bids will be opened for the 
construction of the foundations? You may remember that the 

writer had the pleasure of talking with you for a few minuses some 
two weeks ago, in regard to our Utah Portland cement, and we are 
extremely anxious to have an opportunity to put our cement into 

this busiding. 

We have sent samples to the Supervising Architect,at Washing¬ 
ton in accordance with your suggestion. 

Thanking you for your courtesy, we are, 

Very respectfully, 

Portland.Cement Company of Utah 

[ By y 

Accountant. 

. 

1 





Form 38. 
jitt-ZO-’W—2,000. 


^neasnrg gjcpartwjeut, 

Office of THE SUPERVISING ARCHITECT, 
Washington, D. C., October 11, 1897, 


Mr. 


Lee Ullery, 


Supt. TJ. 8. 


Mint, 


Sir: 


Denver, Col, 


I have to acknowledge the receipt of your “Estimate of Funds” required 
for the work on the building under your superintendence during the month 
of October, 1891, and to advise you that, as it appears the remittance 
of funds heretofore made to the Disbursing Agent on account of the appro¬ 
priation for the building is sufficient to meet all vouchers issued or to be 
issued for expenditures on account of the work on the building, to and 
including the last day of the current month, no further remittance will be 

made to him at present. 

Respectfully, yours, 



Acting Chief Executive Officer. 


41 / Jrtiera in rrplf Ut (JH'ini com 


Enclosure. 


0 & 

■i**ir»Uiort mn*t refer to initial to upper right hand comer.) (,- 

^reasurg pepartiaeut, 

MtUx at tiu ^ap*CTrtj»tt4> foxhiUct, 

^tJW&itXflton §. G-, October 19, 1897. 


Mr, Lee Ulltry, 

Superintendent of Construction, 

Mint Building, Denver, Colorado. 

Sir:- 


I return herewith voucher, in duplicate, drawn in your 
favor, in the sura of twenty-nine dollars and forty-five cents 
($29.45), for expenses incurred by you while traveling under 
orders from this Department, from Denver, to Pueblo, Colorado, 
and return, and have to advise you that an examination of said 
voucher discloses the fact that a discrepancy exists between the 
a fiC r «gate amount of items therein, and the amount certified to 
0n the face of the voucher. Please correct the same, and return 
^ to this office for further action. 

Respectfully yours, 

Acting Chief Executive Officer. 

B. 







ice Supervising Architect, I 

Form 8 a. ) 


it* Kiianiji 

OFFICE OF THE SUPERVISING ARCHITECT, 

Wxuficnytan, ....October ^ SOth,,, 7. 

Superintendent ..of.. ConstructLion*. 

U % 3. Mint Building^_ 

Denver, Colorado• 

Sir : 

In view of the request and recommendation contained in your letter of the 

\.5. ._._ ln s \_ an _^ a. and the public exigency requiring the immediate delivery 

of the articles and. performance of the work,you are hereby authorized' to incur an 
expenditure not exceeding..... three dollars ($3.Q0)_____ 


in securing in open market at lowest prevailing rates : 


(l) ton of coal for use in Superintendent’s office 

$ 

00 














1 

-- 



— 










00 

Total. 

• S 

3 


You are also hereby authorized to certify and issue vouchers for payment on account 
°f the above, in accordance with the requirements of the printed “Instructions to 
Superintendents,” approved May 8, 1880 (see sections XXXIV to ALII I, inclusive); 
which payment the disbursing Agent for the building under your charge has this day 
h een au thorized by the Department to make from funds remitted him on account of the 

Propria Hon for the - 

Respectfully yours, 



m*xu 




Acting Chief Executive Officer. 






























©ffice of 


60 


Supcciutcnrtc.it of. construction 

# S. _PpstOffipe_ 

Pueblo f Col o. 


- Ootober 25 th a _ 7 

Mr.Lee Ullery, 

Superintendent of Construction, ~~ ~ 

U.S .Mint Building, --“-—- 

Denver, Colo. _ 

Dear Sir 


As next Sunday is the last day of the month,I wish to 
&*3Uii*e of you as to the proper time for preparing and dating vouchers 
salaries and work performed during the month,when the last day of 
the month falls on Sunday. ._ 


Is it the rule to prepare said vouchers on Saturday and date them 
t^ 30 th.,or should they he dated the 31st.? Or should we wait till, 
Monday,and date them November 1st,? 

^hanking you in advance for this information,! am. 

Respectfully yours. 






Clerk. 

























? 


No. r 7 . TREASURY DEPARTMENT 




THOMAS C. CAIRNS 

Qeneral Manager 


‘'A 1 m TELEGRAPHIC CODE 


LEONARD m bailey 

Accountant 


TELEPHONE 620 


Ifrovtlanfc Cement Company of Cltab 

MANUFACTURERS OF 


Office and Works 

Eighth South & Fifth West Street s 


PORTLAND CEMENT 


SALT LAKE CITY, UTAH October S6 th. 


LEE UL-l ekY, ESQ, 

Sup’t of Construction^'. Splint, Suildiny, Denver. 

Lear Sir: - 

« T e hey to acknowledge your favor of the 14th inst 
and to thank you for the information therein. 

enclosed is a copy of a letter just received from the Super¬ 
vising Architect, yiviny the result of tests made u x ,on our Utah 
Poi’tland, which we think may interest you. 

*'© desire ay a in to express oui’ appreciation of your courtesy 
in this matter. 

Very respectfully, 

Portland Cement Comi any of Utah 

*4 




No. 17. TREASURY DEPARTMENT 



office 



Treasury department . 

of the Supervising Architect. 


./ashington, D. C. October IS, £ 97. 


The Port 1' nd Cement Company of Utah, 

Sj.1 i» Lore Jo. ty,TJu&h# 

* •« *.' 

Gentlemen:- 

Referring ^office letter to you of the lotii in¬ 
stant, acknowledging the receipt of sample of cement manufactured 
by your Company, whi-ch you submitted that test of same might be 
made, and with reference td its use in the construction of the new 
U. 3. hint building t benveifcColc. a I „ dvise you that 

the cement has been tested as to its tensile strength,and will 
fulfil 1 the generaD-riCgauirepents of specifications for cements 
for public buildings- 

Wo sepe^ate contract will be mo.de for cement foi* the building 
o/bove no.medj tot should prfrties submitting estimates for the 
stonework aferictor/ord-of |the same propose to use your cement, 
it will receiyg equal consideration with other cements of its 

class. 

he spectfully yours, 

G. Semper, 

Acting Supervising Architect. 




Gz 

(AU letters in reply to official communications must refer to initial in upper right-hand comer .) 

gmtsxtr# Sejmvtmeut, & 

(Office of thz J&ccvztwcg, 

mz&MnQton, g. (&.. November 5th, 1897. 


Superintendent of Construction, 

II.S.Mint, (New), 

Denver, Colorado. 

Sin 

lour attention is called to the concluding paragraph of Department 
circular letter of March 24th, 1893,being part of the Addenda to print¬ 
ed instructions to Superintendents", and you are now advised that the 
daily time of service of all Government employees, including Superin¬ 
tendents ol Consoruction, must be not less than eight hours each work— 
uigday. In the event of your being engaged in some other pursuit,or 
^ s iness, which will prevent your compliance with this requirement,you 
^requested to notify this Department. 


Respectfully yours, 








%xmsKx% department 

QJzxicz at ihz Mnyexuistng QxcUitect, 

WHnshington, g. @. ? November 12, 1897. 

Superintendent of Construction, 

U • S .Mint (new), 

Denver, Colo. 


This office is in receipt o** your letter of the 6th in¬ 
stant, making report upon Colorado marble , and with refer¬ 
ence to its use in the construction of the building in your 
charge. 

Your report will receive proper consideration. 


Respectfully yours. 



Architect 


J.S.S. 


{All letters in reply to official conmunicaiums must refer to imtial in upper right-hand comer.) 

Enclosure ♦ Office at the 3?nperuisin0 Architect, 

^3lasTxin0tow, p. o.. jjovonibor 15, 1897* 


Mr. Lee Ullery, 

Superintendent of Construction, 

U. S.Mint Building, Denver, Colorado. 


Sir:- 


jL../ /vw&r 

I enolose herewith Disbursing Clerk,George A. Bartlett's 

check. No, 115831, drawn to your order, in the sum of.$29.45, 

being for expenses incurred by you in traveling, under orders from 
this Department, from Denver, to Pueblo, Colorado, and return. 

Please acknowledge receipt. 

Respectfully yours. 



Chief Executive Officer. 



4 


Form 39, \ 

$d, 12-29- 94—2,000. f 


^rmnrg Department, 

Office of T HE SUPERVISING ARCHITECT, 
Washington, D. C„ Novanber 16,1897 


Mr. 


Lee Ullery, 


Supt. U. 8. 


Mint, 


Denver, Col, 

Sir: 

I have to acknowledge the receipt of your “Estimate of Funds ” required 
for the work on the building under your superintendence during the month 
of November, 189 7, and to advise you that , as it appears the remittance 
of funds heretofore made to the Disbursing Agent on account of the appro - 
priation for the building is sufficient to meet all vouchers issued or to be 
issued for expenditures on account of the work on the building, to and 
including the last day of the current month, no further remittance will be 
made to him at present. 


Respectfully, yours, 



P 


9 




Department of Public Works, 

CITV OF DENVER. 



( Samuel N.Wood. Pres’t. 

Board. . Cass E.Herrington. 

( David D .Seerie. 

William H. Taylor. 

Secreta r y 

Donald W.Campbell , 

Engineer. 


Denver, Colo,, Dec. 6, 1897. 


Lee Ullery, Esq., 

Supt• of Construction U. S. Mint, 

Denver, Colo., 


Dear Sir:— 

In reply to your letter of the 4th inst., I hand you herewith 
a copy of a letter by Mr. Campbell, Engineer of this Board, upon the 
subjects regarding which you make inquiries. 

Yours respectfully, 



Enc 



£ PA rtment of Public Works, 

c'fTY OF DENVER. 


/ Samuel N .Wood. Prest. 

Board. Cass E. Herrington. 

( David D Seerie . 

William h.Taylor. 

Secretary. 

D ONALD W.CAMPB E LL , 

Engineer. 


Denver, Colo., Dec. 4, 1897. 


Hon. Board of Public Works, 

City, 


Gcntlencn:- 


Letter of Mr. Lee Ullery, Superintendent of U S. Mint 
Construction, herewith returned. 

The paving improvements of Broadway Paving District Ho. 1, 
ends on the East side of Evans Street, and therefore the U. S. Mint 
site will not be included in the District. I understood that the 
petition was not carried beyond Evans Street, because the U. S. 
Government being exempt from assessment, a majority of signatures 
could not be gotten to extend the improvement farther. If the United 
States Government should decide to improve, the petition which is 
reported as being circulated for the pavement of Evans Street, could 
include Colfax Avenue and a block or two of South Thirteenth Street 
if a few property owners, opposite the Hint site would join with the 
U. S. Government in requesting the improvement. 

For Mr. Ullery 1 s information will state: 

First: That the improvements do not contemplate placing curb 
in front of the Hint site. 

Second; There will be no change of grade on Colfax Avenue 
Evans street or South Thirteenth in front of the Hint site, excent. * 
small change of about 0.12 of a foot, or 1 1/2 inch at Southeast corner 
of the site, caused by the elevation of the Southeast corner of the 
block, at property lines on Evans and Fourteenth Avenue of 0 46 " 
from 60.04 to 60.50. This is in the Bill for an ordinal nw before 
the Council.^ Ho other change whatever, is contemplated and this is 

... - Of 

in preparation for paving. rtlt ‘ 10r mn miWle of grade, 

Tuird: Tlie contemplation of innrovmpnfc 4 _ t. , 
in the minds of the property owners and if -ivL hfff 1S entirel y 

by a petition to the Board of Public Works f ’1!,T, ln an J r district 
sent to be made, so it is not ? Requesting the inprove- 

are contemplated, except by rumors.' ? . T'’ UcHt . e . r ^ at in Provements 



. I uauupl oy rumors. I think tiiP n q * - 

control the situation in front of the site by t LlTI. 


each opposite block to 


join with them, which 


y getting one owner in 
would make a majority. 






r ou-’th: ^ The curt) used in Broadway Paving District No. 1, is 
granite, 6 incnes x 18 incnes, set on a bed of concrete 6 inches deep 
aad six inches thick at back to within 6 inches of top, and joined to 
t;ic oix inch concrete base of the paving. 

x^his is Denver standard, and the variations are crystalized 
Colorado sandstone instead of granite, and a width of five inches 
instead of six inches, used in residence district. 


Yours respectfully, 

(signed) Donald V/. Campbell, 

Engineer Board of Public Works. 



Ed.12 


forifl 3®* \ 

■ i - 29 -’ 94 — 2 , 000 .; 



^reastxnj ^cpartmcut, 

Office of THE SUPERVISOR ARCHITECT. 
Washington, D. C., December 16, 1897. 


Mr. Lee Ullery, 

Supt. ¥.-& U * S# Mint * » 


Denver, Col. 

Sir: 

I have to acknowledge the receipt of your “Estimate of Funds ” required 
for the work on the building under your superintendence during the month 
of December, 1891 ,%Lnd to advise you that, as it appears the remittance 
of funds heretofore made to the Disbursing Agent on account of the appro¬ 
priation for the building is sufficient to meet all vouchers issued or to be 
issued for expenditures on account of the work on the building, to and 
including the last day of the current month, no further remittance will be 


made to him at present 

Respectfully, yours, 


Chief Executive Officer, 



P 

% 



(oX 
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a ^NDERKLOOT, Frest. 


P. S .VAN 0 ER K LOOT, SuPT 


m.r.vanderkloot.5 e J > 



ALL AGREEMENTS ARE 
CONT IN GENT.UPON STRIKES, 
ACCIDENTS, DELAYS OF 
CARRIERS AND OTHER 
DELAYS UNAVOIDABLE OR 
BEYOND OUfc CONTROL. 


MANUFACTURERS OF 


Architect! t isail Iron Work. 


OFFICE & WORKS 2607 -2627 SO.HALSTED ST. 


/ 


V ///YY/f/r' Dec emoer 29, 1S97» 




CAPT. J.A.SAWYRR, QUARTER MASTER, 

Rquitafcls Bull ling, Denver, Colo. 


Dear Sir:- 

9 

It ha*s come to.our notice that figures are being tair en 

for the U.S. Government Mint BuilUng, in Denver, Colo. If not too 

late we woul i be pleasei. to receive the plans to enable us to 

quote you figures on the structural worlr. 

Very truly yours, 

♦ 

SOUTH HAL.STiSD ST. I RON ¥/0i3<.S, 

Seo’y 
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(AU letters in reply to official communications must, refer to initial in upper right, hand corner.) 


7°~p 

J'txhsixrp department, 

Enclosure. <Dffi.ce at tt xz MinpzxxsisinQ QxcTxitzzt t 

WlnsUington. §. Dec emb er 31,189?. 

Superintendent of Construction, " v 

Mint Building, 

Denver, Colorado. 

Sir: « 

I enclose herewith advertisements and authorities for 
their insertion in the "Post," the "Times" and the "Republi¬ 
can," daily newspapers of your city, for the foundations, 
superstructure and roof covering of the building in your 
charge. Please have the advertisements published as re¬ 
quired by the authorities. 

I transmit herewith, also, six (6) sets of the drawings 
and specifications for the work, one set being for the files 
of your office, and the others for the use of competent par¬ 
ties in your city and vicinity, who may apply for them for 
the purpose of submitting bids. 


Respectfully yours. 
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Dec. 30th, 1897 


Capt. J. E. Sawyer, Quartermaster, 

Equitable Building, Denver, Colo. 

Captain 

We understand considerable steel construction material will soon 

Al -h? 

be wanted for the new Denver Mint. 

v-i ►; O' o i> 1; * 

We take pleasure in mailing you today, under separate cover, a copy 

r - V « S * - • cj S ^ » +' 

of our Pocket Companion, which we trust will reach you, and prove of 


service. 


o 






to 


We enclose stamped envelope, and will esteem it a favor if you will 


v* L 


w 

VD Cj t* 


put“us on the list, so when the time arrives, we may be invited to fig- 
* . • \ \ 


ure on the work. 

C i r* M g U 

mg 

& to 

l ~~} ^ t 

* * r* 3 

,. * 


**■> 

Ci 


fj 

*-» 

<D 


Very truly yours, 

DEARBORN FOUNDRY COMPANY 

By o — oSg^j 


&—o 

President 
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Office Supervising Architect. 

Form 8 a. 




OFFICE OF THE SUPERVISING ARCHITECT, 



I 

tyfctA/unytcm, @f. .January 3r.d*__ v jfq 8.. 

Superintendent of Conntruqtion, 


U.s. 


Sir: 


Mint Building,._ 

.Denver, -Colorado* 


Tn view of the request and recommendation contained in your letter of the 

24 th .ultimo ,., and the public exigency requiring the immediate delivery 

of the articles and performance of the work, you are hereby authorized to incur an 
expenditure not exceeding three ...dollars and seventy^five cents 

.._(J3.75)__ 

in securing in open market at lowest prevailing rates : 


one ton of coal for use in Superintendents office, 



Total 


3 75 


You are also hereby authorized to certify and issue vouchers for payment on account 
of the above, in accordance with the requirements of the printed "Instructions to 
Superin tend cuts,” approved May 8, 1886 (see sections XXXIV to XLIII, inclusive); 
which payment the disbursing Agent for the building under your charge has this day 
been authorized by the Department to make from funds remitted him on account of tin 

appropriation for the J'U.S.* Mint Building, Denver , -Colo." 

^ Respectfully yours, 




Chief Executive Officer. 


F .'"KM 


2-m 





















No. 17. TREASURY DEPARTMENT 


Division of Stationery, Printing, and Blanks. ^rcasurtj gqrartraimt, 

.Form No. 82. . - /"N - OFFICE OF THE SECRETARY, 

(Ed. 7-6-’97—3,000.) * /') . 

Sir . 1 —4 _ , 189 ) 

Your requisition of ., 189*1 for stationery 

has been received, and will be filled as soon as possible. It, must be 
borne in mind that the Public Printer requires two months time in 
which to print paper and envelopes. 

Respectfully fpfyrq, 

nks. 




Chief of /^(vision of Stationery, Pru 

















(All letters in reply to official communications must refer to initial in upper right-hand corner.) 


gvcasuru department, 

(Office of the SSecicetwcvf, 

WLzshington, g. <$., Dec emb er 33 st , 1897. 

Te Superintendent of Construction, 

Superintendents of Repairs,&c. , 
of Public Buildings, 

Under the Control of the Treasury Department* 

Sirs: 


On and after January 3,1898,the methods and manner of prepar 
ing reports, maintaining records ,&c rel at ing to the construction 
of public buildings under the control of this Department, in line 
with economy of service and reducing cumbersome files,as required 
by the Printed "Instructions to Superintendents of Construction 


Superintendent of Repairs*,*,., .approved by the Department, 

May 8, 1886, will be modified as follows: 

The "Abstract of Vouchers" r»t i-r-i 

oners certified, as required by Sectio 

X1IV, will be discontinued; the "Register of Letters Sent" and t 
’Register of Letters Received" will no longer be maintained and 
Sections XLVI and XLVH are according revohed. I n this clnnec 

Uon.however,complete indices,in letter-press boohs must be main 

ta ined,and letters reppiveri ™ 

received properly briefed and filed. 

As materials in nwriv Q n 

n nearly an cases are furnished under CO ntrac 


* 2 ^ 


at accepted proposal s, ths use 

sec tion XLXX will be discontinued. 


»i= icit ion *ook" required by 
of the w Requ isit i-n 


t t q ttt arQ revoked, and in -1 i 
i? 0 r 1 ike reasons, Sect ions LI and LII 

Book" .od • ««b, ».t b. kept, in book 

fom, eh owing brl.B, the .xt«rt of wonk p.nfonn.a »nMx oontr.ote 
on designated days,and with general .remarks indicating the charac¬ 
ter of weather,and such other statements as may have relation to 
the failure to prosecute work on such days. In this diary should be 
kept also a brief history of the work as required by the tenor of 
Section LIII,which section is therefore revoked. 

The Monthly Report, a] so, as now existing and required by Sec- 
tion LIV.Bill be abandoned, and in lieu thereof, there must be sub¬ 
mitted at the Close of each month on blank sheet No.22 of the 

Komwy Report form.a brief statement of the extent , - 

ne extent and value of 

w °rk performed under given ™ntr. 0 ,.+ 

S ln the respectiv e columns for 

"" WOrk ’ and the t0ta] -d amount to the 1 ast d 

. th * m ° nth t0Which th « form Elates. This i , . ^ ^ 

“'’Oveyed in brief manner n ' or mation may be 

’ approxi mating,however the rates 

, 1 Measure used as the ale S ? er unit 

oAS of computatin»n 

I t3iVlsi0ns of *or k ln the conu , ' an ° embracecl under the 

‘he minor bran ches e . ‘ 3cts . e l iminat i ng a] j Pefer 

^Juded in the ' XC “ !jUnr S ° far as the value th 

hS amou nt stated v hereof ma 

* i°u are 


••««. « hl . 


i ay b 



-3- 


sl , ee t and indicate the title and location of t!^ building* 

On t'.c last day of each calendar quarter will be prepared and 


ati 


lached to sheet 22,piopared as above,an inventory of Cools and 


machinery ,as piovidod for by sheet 25. 


On the 15th and last day of each month,a letter must bo ad~ 


dressed to the Supervising Architect of this Do: artment, ini icat ing 


the point of advancement reached in the various contracts, without 


referring to quantities ,but conveying info mat ion in such manner 


that, in the future, these semi-monthly reports can be referred to 
as furnishing infomation as to the r/ork accomplished at -.he 15th 


oviast a ay of any given month,and this report should also indicate 
the number of men employed by the various contrac tors,and also 
uhethor the delivery of materials is an,pie and progress made such 
as to insure completion within the stipulated time* 

y ou are requested also to state on this report the vouthers 
it-suod on account of contracts and bunging forward the tottl 
2,'ount of previous vouchers issued on this account. 

The "Authorized Open I arkrt p V r 

. U arkot Expenditures" also win be discon- 


t ini*cd. 


Ten days before the expiration of each calendar 

n calendar quarter you 

* l ’ c requested to submit tn ti v o 

to th. Supervising A roh i tect your 




-4- 


mendation as to whether the work would 
graphic views and accompanying the same 
thereoi, the views to be secured in line 
tied under date of March 28,1891. 


warrant securing photo¬ 
by an estimate of cost 
wi th S ec t i on VI11, as modi— 



i 


DocJ?0-l5ft7. 



No. 17. TREASURY DEPARTMENT 


THE POSTAL COMPANY'S SYST 




HES ALL IMPORTANT POINTS IN THE UNITED STATES AND BRITISH AMERICA, 
AND via COMMERCIAL CABLES, TO ALL THE WORLD. 


TELECRA 



OSTAL TELEGRAPH-CABLE COMPANY. 




Company transmits and delivers messages subject to the terms and conditions printed on the back of this blank. 
WILLIAM H.J3AKER, V.J 3 . & Gen’l Manager. JOHN Q, STEVENS, Secretary. ALBERT B. CHANDLER, President. 


Received at Main Office, 926, 17th Street, Ernest & Cranmer Building Denver. (Telephone 1490.) 

11 OsO St Zx . 10 Pai d. 


Colorado Springs Colo Jan.,10 th.1898. 

Mr Lee Ullery , 

Sup’t ,New U. 3. Mint, Denver ,Colo. 
Will be at your office at five thirty please wait . 

L. W. Popejoy. and Co. 

1:03pm. 































IN YOUR REPLY 

^to INITIAL 

p-2 ,75-W 


Post ©ffe gqrariiit»*tf, 

©fficc 0f tlTB 


First Assistant Postmaster general, l \J-Lihf 
PJashtitgton, GJ. ^ V L 


Fw ‘Delivery System. 


January 10,1898^ 


lee Ullery, Esq., 

Supt.of Construction U.S.Mint, 

Denver,Colo., 


Siir * ** 

Yours of the 4th has Dean received, and I have written 
the postmaster at Benver, in which , have revested him to-. — 
arrangement by which you can receive your letters a 
hour than at present, so that the, can he answered the same da, 

thev are received. 

yery respectfully. 






A. o rif 


-for 



{All letters in reply to official communications must refer to initial in upper right-hand cornel'.') 


gueasnry Qzpwctmmt, 

©ffice at ttuc JupeKinsiu# Jysclxiijejct, 

Was Ixiwgtorx, J33- 60.. J anuary 11th, 1 8 9 8 # 

Superintendent of Construction, 

U.s. Mint Building, 

Denver, Colorado. 


Sir:- 


Your letter of the 7th instant, enclosing receipted bill for 
one ton of coal is received, and in vierr of the fact that authority 
T7as granted you on the 3rd instant,to incur the expenditure, it is 
unnecessary that such bills be forwarded to this office. 


Respectfully yours, 




I 



Form 32. \ 

£d, 12-29- 94—2,000. ] 

treasury department, 

Office of THE SUPERVISING ARCHITECT, 
Washington, D. C., January 11,1898, 


Li 66 Uller\ j 


Supt. TJ. 8. Mint , 


Denver, Colo, 

S, ' skave to acknowledge the receipt of your "Estimate of Fiends" retired 
for the work on the building under your superintendence during the month 
' o f January, .18 US , and to advise you that, as it appears the remittance 

of funds heretofore made to the Disbursing Agent on account of the appro - 
Nation for the building is sufficient to meet all vouchers issued or to be 
usued for expenditures on account of the work on the building, to and 
including the last day of the current month, no further remittance unU be 


made to him at present. 

Respectfully, yours, 



Chief Exe< 


P. 


No. 17 . TREASURY DEPARTMENT 



DEPARTMENT OF PUBLIC V/ORKS. 

Denver,Colo. , January 14th,1698. 


Lee Ullory,Esq., 

Supt.of Construction' U.S.Mint, City. 

Dear Sir 

Your letter of the 12th instant on the subject matter of the 
grade in the vicinity of the proposed United States Mint, has been refer¬ 
red to the Chief Engineer and he advises the grade to be changed as per 
verbal agreement v; it}i you, It will take some little tine to accomplish 
ibis, but the Board has today requested the Engineer to prepare the neces¬ 
sary ordinance which will bo submitted to the City Council and after it 
shall have passed will become a law• 

Yours respectfully, 

(Signed) S.IT .Wood, 
President• 


^ 0r *Ginal transmitted to Supervising Architect, 


Treasury Department, 


(All letters in reply to official communications must refer to initial %n upper right-hand corner.) 

y gvzn$uvv> geparlraeul, 

©ffxce at ttxe ^txMiecl, 

^asfougtotx, §. J anuary 21,1893 



Enclosure 


Superintendent of construction, 
TJ.S. Mint (new), 

Denver, Colorado. 


Sir: - 


■mis office is in receipt of your letter of tie 17fi 


i i-• c to tie soil pipes, etc.of the building in 
instant, relative to the son y v 

y our charge running to sewer in alley.and manhole on said 
^ n0 t to be included in the contraotfor the work for which 

+ +>ii<a office on tlie 28tli instant 
proposals are to be opened at this office on 

, mis exception in the specification comprehends the runs 
sJl0 wn in red on enclosed copy of drawing #3, forwarded for 
y0ur information and the files of your office. She clean¬ 
out on the four (4) inch ran of pipe in the cleanout manhole 
7 el ow floor, just west of locker room, to be furnished,and 

manhole built as shown by the drawing. 

Respectfully yours. 


J.S.S. 


S^erviaing^Archi t e c t 


y 





(AU letters in reply to official communications must refer to initial in upper right-hand comer.) 

^reasurg geparlmetrt, 

Office erf the .gnpertrisitxa Architect, 

^Lasfeingtcrtx, §. Januaiy 31> 1898. 


Superint endent of Construct ion. 
Mint Bui X ding( new) , 

Denver, Colorado* 


Sir:- 

Mr.J.A.UcIntyre, #1305 South Eighth Street, your city, 
* RS submitted a proposal to this office, in response to ad¬ 
vertisement, to furnish all the labor and materials required 
for the foundations, superstructure and roof covering of the 


building in your charge. 

x would be pleased to have you, without delay, make the 
necessary Inquiries and report to this office upon the fi¬ 
nancial standing and business responsibility or«rr B .i»t ? « 
and His capacity to satisfactorily execute a contract ap¬ 
proximating the sum of two hundred and twenty-five thousand 

(*225,00.00. )• 

please mahe your report full and comprehensive. 



J.S.S. 



Tost ©fftre gspartment, 

©ffttr of tire 

First .Assistant Postmaster (general, 

Washington, g. (S. 

Supt. Free "Delivery System. 

February 14, 18 98. 




Ur. Lee U llery , 

Sup’t of Construction, U. S. Mint, 

Denver, Colo* 

Sir:- 

Ref erring to your letter of January 4th, I have to inform you 
that the postmaster at Denver.reports that arrangements have been 
made whereby your nail can be delivered more frequently. I trust 
that this is satisfactory to you and that you will have no reason 
to compl&in of> ths service rendered you in the future. 

Very respectfully, 

First Assistant Postmaster General. 






©fftce ot ttxe S«roeaor of (SmXaxas, 

of §mv&v, Oolo., 

„ $J«r. rY L _ _ 189 Z 





















^>.1 


4 


9d. 

treasury Jlepattracut, 

omen of THE SUPERVISING ARCHITECT, 
Washington, D. C., February 26,1898. 


Mr. Lee Ullery, 


Supt. U. S. 


Mint, 


Sir: 


Denver, Col. 

I have to acknowledge the receipt of your “Estimate of Funds” required 
for the work on the building under your superintendence during the month 
of February, 189 8, and to advise you that, as it appears the remittance 
of funds heretof ore made to the Disbursing Agent on account of the appro¬ 


priation for the building is sufficient to meet all voucher's issued or to be 
issued for expenditures on account of the work on the building, to and 
including the last day of the current month, no further remittance will be 
mule to him at present. 


Respectfully, yours, 



Chief Executive Officer. 


far. 

No. 17. TREASURY DEPARTMENT 


* OTm THE western union telegraph company. 

_incorporated ■ - 

> 21,000 OFFICES IN AMERIC A. CABLE SE RVICE TO ALL THE WORLD. 

f*ry,: c ftmDany TRANSMITS and DELIVERS messages only on conditions limiting its liability, which haj/been 
FrSrs can be guarded against only by repeating a message back to the sending station for comparison, anM theCoi 
. or aelivery of Unrepeated Message*, beyond the amount of tolls paid thereon, nor in any cas/where^inec. 

^^This 6 isan^IJNKKPEATE ESS AGE^amf^Severed by request of the sender, under the condit^y^^Pabove. 

THOS. T. ECKERT, President and GeneraTI\J&nager 


of the follow „ _ 

r, aold itselA liable fo^rrors delajF!’ 

is not presented n writincLwi th in j y cUy^ 



RECEIVED at 1629 to 1633 Lawrence St., Oenver, Colo. 

141 ch Kc. Jw. 69 Paid Government. 


Standard Tima. 


WaoHIn^+.on 4 I'Cft 188 


Supt Mint Building Denver,Colorado. 


Deport on Cotopaxi srsnte as rollons :5>lrst, Capacity of quarry to 
supply racWS for uinc Duildin £ ,seconi,Is tram present in sufficient 


quantity to cause dicoloration Third,What are the results of its use in 

. T -buildings with which you are familiar* Wire preliminary 
any compl^*'^ 0, 

r<=> and if necessary visit qurray and wire second report 
report at onc^ 

» i j*K.Taylor* supervising Architect*12:05 p.m. 

full report* 
















D#*lgn Pd«Tit.D«o.20*l&7. 


No. 17. TREASURY DEPARTMENT 



/ 



THE POSTAL COMPANY'S S’ 


FORM 16, DEN 



M REACHES ALL IMPORTANT POINTS IN THE UNITED STATES AND BRITISH AMERICA, 
AND via COMMERCIAL CABLES, TO ALL THE WORLD. 


TELECRA 



. OSTAL TELEGRAPH-CABLE COMPANY. 

This Company transmits and delivers messages subject to the terms and conditions printed on the back of this olank. 
WILLIAM H. BAKER. V. P. & Gen’l Manager. JOHN O. STEVENS, Secretary, ALBERT B. CHANDLER, President. 


Received at Main Office, 926, 17th Street, Ernest & Cranmer Building, Denver. (Telephone 1490.) 

86 ex dn s 27 paid G-ovt 


Wash.inc +, o—> Dc.,!!a T ' 7,1898 

Supt mosTtftmi « - 

Denver, Golo 

Report on arid-is light gray granite by Hire. Saadis here was 
submitted by McGilvray stone company Denver. 

J K Taylor, Supervising Architect 


10 49a 












form 32. \ 

94 — 2 , 000 .) 


£i U-29-’S4-2 1 < 


treasury JJcparfmimt, 

Omen o? THE SUPERVISING ARCHITECT, 
Washington, D. C., March 12, 1898. 


Mr. 


Lee Ullery, 


Supt. U. 8. Mint, 


Denver,Col. 


Sir: 


x nave to acknowledge the receipt of your “Estimate of Funds’ reared 
for the work on the building under your superintendence during the month 

7 . March «». ««* ** ** « « ** 

l funds heretofore made to the disbursing Agent on account of the appro 

priation for the building is sufficient to meet all vouchers issue or o e 

sued f r expenditures on account of the work on the building, to and 

ZudLg the last day of the current month, no further remittance will 

made to him at present. 

Respectfully, yours, 


Chief Executive Officer. 


P. 



(AU leU&'S in reply to official comm unicauuns must refer to initial in upper ru/ht luind evm.tr.) 

Sr zumv# gjepartmrut, 

Enclosure • ©ffice of thz &upzvui&inQ ^vcUiteci. 

* A 

W^BUngtxm, g. ®., March 18,- 1398, 



Mr. Lee Ullery, 

Superintendent of Construct ion* 

Mint Building, Denver, Colorado^. 

Sir:- 

I return herewith voucher, in duplicate, approved upon 

its face, drawn in your own favor, in the sum of.... .,$21.35^ 

for expenses incurred by you in traveling, under orders from this 

*i **' ** 

Department, from Denver, to Cotopaxi and Arkins, Colorado, and 
return, which please complete and present to the Disbursing Agent 
for payment, as per instructions this day given* 

Your attention is called to the item of livery hire, on the 
5th and 8th instant. If bills therefor are obtainable, please 
attach them to the voucher; if not, note after the item, "unable 

to obtain receipted bills.* 
j Respectfully yours, , 

Acting Chief Executive Officer. 




(AH letter* in reply to official communications must refer to initial in upper right-hand corner.) 

grists ttrg §£parimmt, 


(One enclosure.) 


Cffiicz of tlxz &npzmiBing &v£hitzct, 

WteghiuQtan, §. (£. t Mar c p £ 9 , 1898 . 


Mr. Lee Ullery, 


Superintendent or Construetion, 

U. S. Mint Building, 
Denver, Colo. 


Sir: 


I enclose herewith, copy of office letter of the 29 th instant, 
addressed to the Custodian of the Court House and Post Office build¬ 
ing at Denver, Colorado, and relative to the proposed work of cleaning 
renovating^and painting wherever necessary^the entire interior of 
the building, which explains itself, and in which he is advised that 
you will assist him at the proper time in making his examinations 
and securing data for the preparation of specifications,etc. 

When the Custodian notifies you, about June first, please give 
the matter your attention and prepare such outline specification for 
necessary work as can be amplified and put in proper form here for the 
solicitation of proposals. Make approximate estimates of the work 
a l s o, and forward all through the Custodian of the building. 


Respectfully yours, 





{All letters in reply to official communications must refer to initial in upper right-hand comer.) 

treasury gjepartmmt, 

(Qiiicz of the Jtapermsiixg ^.rcMtect, 

WiKsUn&hsin, g. March 29,1;J 9 3. 


Custodian, 

Court Kousa, Post, Q(Tic&, etc., 

Denver, Colo. 

fir; 

Your letter of th* 21 nt Instant is received, with enclosure frori 
the ontmnator of your city, requesting that the first or post office 
story of the building in your custody be cleaned, and in *hich you 
stats that you have informed the Postmaster that you would defer ap¬ 
proval of bin requisition until about July first next, when you oon- 
te iplat* reoowwemiinc that the entire interior of the building be 
cleared, ren vated and painted wherever necessary. 

'four action is approved, but with a view to authorising such 
work as inti he required to put the building in a proper state of pres- 
ftrvui.1 on as soon after July first as practicable, it is suggested 
that <' mutter of report and recommendation?; by you be not J<r ferred 
laUr than June first, 

is requested also that you will confer with ;'r. Lee Hilary, 
Superintendent of Construction of the now mint building , who will be 
<Ht\“,-ted to assist you in making your examinations ind preparing the 
accessary data for the preparation of the specifications,etc. and 
approximate estimates of the cost. 


Custodian —Tienver, Colo* ?4->rch 2R t lBR8, 


Page 2 


Mr Hilary *ill be written to on the subject immediately. 

Respectfully yours, 

(Signed) J.K.Taylor. 

Supervising Architect. 






(All letters in reply to official communication must refer to initial in upper right-hand corner.) 

Jhxasmna gjepartmeut, 

z at tl iz JSupjermsitig £.xcUitzct, 

^asliitxgtcm, §. 



Superintendent of Const mot ion, 
United Stater. Mint, 

i 

Denver?, Colorado. 


Sir:- 

In reply to your letter of the 25th. instant relative to 
the thickness of brick walls in the building under your charge, 


you are advised that such will be governed by the clause on page 
«A« of the specification,as amplified by the second clause on 
page No.2 of your letter. 

Respectfully yours, 



Sup erv i s irg Archi t e c t. 


R. 


{All letters in reply to official communications must refer to initial in upper n<jht'lwnd corner.) 

gtxasttru guparlment, 

Enclosure. Office at the jlupertrisittg jyxxlxitect, 

m^sMneton, §. March. 29,1898. 

Superintendent of Construction, 

Mint , (new), 

Denver, Colorado. 

Sir: - 

I enclose herewith., for your information and the files 
of your office, a copy of a letter of even date, accepting 
the proposal of Mr. John A. McIntyre of your city,to furnish 
all the labor and material required for the foundation, su¬ 
perstructure and roof covering of the building in your charge , 
in accordance with the drawings and specification, for the 
sum of two hundred and forty-seven thousand eight hundred and 
seventy-four dollars and nine cents ($247,874.09), all as 
fully set forth in the said letter of acceptance. 

So soon a 3 the contractor shall have executed the formal 
contract, with bond, required, a copy of the same will be 
sent you, for your further information and guidance. 

You are hereby authorized to certify and issue vouchers 
on account of the work, as required by the terms of the con¬ 
tract and the printed "Instructions to Superintendents, "pay¬ 
ment of which vouchers the Disbursing Agent has been author- 



Supt.Denver Mint* Page 2. 


lzed to make from funds remitted him on account of the ap- 

propagation for tke building, 

Respectfully yours. 

Supervising Architect. 



J • s • s • 


{All letters in reply to official communications must refer to initial in uppei" right-hand corner.) 

department, 

Undo sure. ©ffioe of the Secretary, 

^Stashiuryton, g. <&., j^srdh. 23, 1398 • 

Hr. John A. McIntyre, 

1305 South 3til Street, 

Denver, Colorado. 

Sir: - 

In accordance with the approval of this Department, 
your proposal, dated January 22,1393, received under adver¬ 
tisement dated December C>1,13D? and opened January «A*,lovJ, 
to furnish all the labor and material required for the found¬ 
ation, superstructure and roo<* covering, of t^e j.S.uint 
Building at Denver, Colorado, in strict accordance with 
drawings numbers 1, 2, 3, 4, 4-1/2, 5, 5-i/2, , b, J t 
10, 11, 13, 14, 15, 16, 1?, 18, 19, 20, 31,32, 33, 34, 35, 

36, 37, 38, miscellaneous drawing number 126-A, the specifi¬ 
cation, and such other drawings, models aad details as may 
be furaisired, for the sum of two hundred and forty-seven 
thousand eight hundred and seventy-four dollars and nine 
cents (^247,874.09) , is hereby accepted, it being under- 
stood that Flat Canon Colorado red granite , and J.A.Mcin- 
tyre Fremont County Colorado gray granite shall be used in 
the wo lie, in accordance with the samples submitted by you and 
on file in the office of the Supervising Architect. 


Mr. John A. McIntyre 


d'age 2. 


I transmit herewith, under another cover, one set of 
the drawings and specification for the work., for the use of 
your 1 workmen. 

I lease forward to the Supervising Architect dupli¬ 
cate samples of the granites above named, and, also, samples 
in duplicate o** all the materials you propose to use in the 
work. 

It is understood and agreed that the entire work must 
be completed within fifteen (15) months from the date of the 
a provsl of your formal bond by the Secretary of the ireasury 
and you are requested to communicate with Mr. Lee Ullery, the 
superintendent of construction of the building named, and ar¬ 
range for the commencement and prosecution of the work imme¬ 
diately upon the approval of your bond, of which you will be 

duly advised. 

It is understood and agreed that you j&ee required to 
execute a formal contract, with bond in the sum of one hun¬ 
dred and twenty-four thousand dollars (*124,000.00), as a 
<»iarantee for the faithful performance of the work embraced 
in your proposal, a form for which will ne*it jOj. 
cution, and return to this Department for examination, a P - 



V 


proval and file; and it is understood and agreed, also, that 
the said contract, with bond, must be executed and returned 
within five (5) days from the date of the receipt by you of 
the said form. 

ihe certified check, which accompanied your proposal, 
will be retained until the approval of your bond by the Sec¬ 
retary of the Treasury, 

Please promptly acknowledge the receipt of this letter, 
a copy of which has been forwarded to the superintendent of 
construction of the building named, for his guidance. 


Respectfully yours. 


J . C. i 
S. 


Assistant Secretary 


\ 


\ 


J.S.S 



I 


(. 4,7 in reply to official communication* mutt tr/cr to initial in opprr light hand corner.) 

3Ii'cnmt rjj gcpartuueut, 

QtttUft crt the jfupcvut»lnr» Architect, 

^UuMtx^txnx, #. («I. f March 31,1898. cH?* 

Superintendent of Con«truot ton. 

Mint, (new), 

Denver, Colorado, 


Sirt- 

Replying to your inquiry of the 26 th instant, I have to 
state that the grille at basement door, to which you refer, 
is not inoludod in the oontraot for the foundation, sxxper- 
structure and roof ooverlng of the building in your charge. 

Respectfully yours. 


J.S.S. 



Sxapervinin^ Architect, 


/ 






<fd 

(AR letters in reply to official communications must refer to initial in upper right-hand corner.) 

%xzvlb tmj §epmdmmt f 
<&fficz xrf tlxe Jtapjetvisittg Qvjtfiitect, 

'mxsUugtim, g. March 31 , 1398 • 

Superintendent of Construction, 

United States Mint, 

Denver, Colorado. 

Sir:- 



In reply to your letter of the 28th instant,relative to 
t le vent ducts,etc. for the building under your charge,you are 
advised as follows: 


The 6* o»» x 1* 0» hot air duct between columns 


cai'oi xi 

1 ^ llned Xntri galvanized iron,and extend from basement ceil- 

l: ' S 11Sht t0 11 °” l)el07r seoond story ceiling,and be left open 
top and bottom. The terra-cotta enclosing the same win also 
extend to l* e« below second story ceiling. 

G \ yt horizontal ducts,shown on dr airing #11, are 
not incline In Preeont oootr.ct. ,n. „„ 0 , 

““ *" **'“ » lined too. mom ’ 

.tom to U . .. „« lo nMI>m Mv< 

t’ldo and 0 . „ „„„ ,, 

openings or ... „„ M a 

■“** ”«»• «- .1 ». onudd" “ ” U 

Respectfully yours, 


Hills 


R. 


u 



Supervisi^ Architect. 


h 


j$P (AU letters in reply to official communications must refer to initial in upper right-hand comer.) 

gtteasttrg §epKvtmmt t 

dWftcje of the M>npzxoisinQ ^VrcMteci? 

^asMngtcnx, *3. <£., March 4,1898. 

To the 

Superintendent of Construction, 

United States Mint, 

Denver, Colorado. 

Sir: 

Yo\ir letter of the 29th ultimo is received, requesting that 
you be furnished with a blank book for the purpose of maintaining 
diary of the progress of work on the building in your charge. If 
you will submit an estimate of the cost of such a book, considera¬ 
tion will be given to granting you authority to make such expendi¬ 
ture. Respectfully yours, 



April 9th, 1898. 


Mr.Lee Hilary, 

New Mint Building, 


City. 


Bear Sir:- 


T am informed that you have instructions to advise your de¬ 
partment as to what alterations in this building are neccessary. If 
this is correct will you please call in and see me the first time you are 
down as'I would like to talk to you with reference to the remodeling of 
the mail lobby at the rear door of this office- T dont believe that 
there is anything about the building that is more urgently necessary than 

this. 


Very truly yours, 



Supt.of Mails. 



<? 6 . 


Denver Colorado• 


April 9 189 8. 

4 

Hon. Lee Ullery 

4 4 

Supt• Construction, 

St 4 4 

U. S. Mint. Denver Colorado. 

4 

Sir. 


I have the honor to acknowledge receipt of 

4 

your letter of April 5-1898, enclosing List of Samples, to be 
forwarded to the Supervising Architect , for approval, for use 
in the construction of the U. S. Mint building, Denver Colo. 

4 

Prompt attention shall be given to your instructions . 

4 

Very Respectfully. 



V 


oW'S'OA, Qvmsnvy §&p%vtmmt, 

OF 

appointments. ©ffijcje of the «§eceetar^ ; 



^tashiixstmx, April 8, 1898. 


Ur. Lee Ullery, 

Superintendent of Construction, U. S. Mint, 

Denver, Colorado. 

Sir: 

I have to inform you that the Department has this day trans¬ 
ferred and appointed Mr. Michael Sullivan as Watchman in connection 
with the "building under your super intendency, with compensation at 
the rate of eight hundred and forty dollars (#840) per annum, from 
date of oath. 

His traveling expenses and subsistence while on the road from 
Washington, D. c., to Denver, Colorado, will be paid from the ap¬ 
pro priat ion- 11 U. S. Mint Building, Denver, Colorado. » 

You are authorised to issue and certify vouchers for his ser¬ 
vices accordingly. 


Respectfully yourp, 




qWIS/OAt 

OF 

appointments. 

/-. 


f/r 

greasarg gepartment. 

Office 0f the Sjejc^eta^, 

OTasMngtmx, §. April 9, 1898. 


Mr. Lee Ullery, 

Superintendent of Construction, U. S. Mint, 

Denver, Colorado. 

Sir: 

I enclose herewith oath of office of Mi'. Michael Sullivan as 
Watchman in connection with the building under your super intendency. 

When noted you are directed to return the same to this office 
for file. 




fi 



jgs&t*) 



^rjcasitry Jfcjwttmewt, 

Office of THE SUPERVISING ARCHITECT. 
Washington, D. C., April 12,1898. 


Mr. Lee Ullery, 

^ „ U.S. Mint, 

8npt. U. s. Denver, Col. 

Sir: . 

I have to acknowledge the receipt of your "Estimate of Funds" required 

for the work on the building under your superintendence during the month 

o'- April, 189 & and t0 advise you ihat ’ aS U appearS the remittanC6 

of funds heretofore made to the Disbursing Agent on account of the appro¬ 
priation for the building is sufficient to meet all vouchers issued or to be 
issued for expenditures on account of the work on the building, to and 
including the last day of the current month, no further remittance will be 

made to him at present. 

Respectfully, yours, 

Chief Executive Officer. 








(AU letters in reply to official 



( FORWARDING- ) 


jm* suvn, §zpixvtmmt r 
©ff tee 0f the gxwzmiziriQ ^ectiiteet, 


^iasMtxgtott, p. April 14 , lo .^3 



Superintendent of Construct ion. 
United States Mint, 

Denver, Colorado* 


I send you this day under separate cover originals and 
tracings of drawings Uos.39 to 44,inclusive,fall size details 
of stonework for the “building under your charge. 

Retaining tiie tracings for the files of your office you 
will deliver the originals to the contractor * and inform him 
that this office will furnish the plaster models shown on 
drawings for carved work. 


Respect fully yours * 





j0 HN A. M'INTYRE, 

jtNEBAL CONTRACTOR. 
r0 OMS 402-404 COOPER BUILDING. 

Denver, Colo. 

TELEPHONE 1838 

4 

Denver Colorado. April 18 18.8. 

Hon, Lee Ullery. 

Supt • C oust ructi on • 

U. S. Mint Denver Colo. 

Sir. 

I have the honor to acicnovrledge receipt of 
drawings Nos. 39 to 44 inclusive, full sized detail , for stone 
\yorh of U. S. Mint buliding in this city, transmitted with your 
favor of even date herevrith. 

Very Respectfully. 




€ 




To insure pixmpt attention your reply must refer to the initials iv circle. 


Qxz&snxu, gepartmeut, 

Officz at iUz JSnpmrisitxg ^rjchitect, 



^asMnjgptou, §, April 18, 1898. 


Superintendent of Construction, 

United States Mint Building, 


Denver, Colorado. 


I am in receipt of your letter of the 13th instant with en¬ 
closures relative to the approaches for the building under your 
charge and ,.in regard to the grade for the Colfax Avenue sidewalk, 
you are advised that the grade shown on drawing No.l was based on 
the recommendation of the City Engineer in his letter of November 
7th, 1896 ,to Mr *J.7/.Puckett, Assay er in charge of the United States 
Mint , Denver , Colorado . 

The enclosures in your letter,relative to the construction 
ox the approaches,will receive due consideration* 


Respectfully yours, 




I 

{AH letters in reply to official communications mtist refer to initial in upper right-hand comer.) 

'gxm$Mxv > gjepartmeut, 

EnclOSBre . ^Wflcjc of fhz jSupjertrisitxg ^rcMiejct 

Wlzsltingion. g. (£.. April 18, 1898. 





Superintendent of Construction, 

Mint Building, 

Denver, Colorado. 


Sir:- 


I return herewith, approved upon its face, voucher, 
in duplicate, drawn in favor of Michael Sullivan, in amount 
sixteen dollars and eighty-five cents ($16.85), for expenses 
incurred in traveling from Washington, D. C., to Denver, Colo., 
under orders from this Department, which please present to 
the Disbursing Agent of the building in your charge, for pay¬ 
ment, as per instructions this day given. 

Respectfully yours. 


D. 



Onfen P*«bt-D*e.20 -18Z7. 


/cry. 
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Washington, Dc. .Apr 23,1898 


Superintendent United States Hint 

^ X ♦ f 


Denver, Oolo 


^lotif" i mm ediately contractor foundations ouC 

bond approved to-day 

C E Kemper, Chief Executive Officer 


2 27 p 
















/0<d 


JOHN A M'INTYRE, 

t(N tRAl CONTRACTOR 
ROOMS «02- 404 COOPE.R BUILDING. 

Denver. Colo. 

TELEPHONE 1238. 

Denver Colorado. April 25 1898. 

Hon. Lee Ullery., 

Superintendant ♦ 

Denver Colorado. 

Sir. 

I havo the ho:.or to acknowledge receipt of your 
letter 23rd. inst. informing me of the approval of my offered 
bond, for the construction of the foundation, superstructure, 
and roof covering, of the U. S. Mint building in this City,under 
your charge. 



Office of Superintendent of Construction 

April 25th,1898. 


I delivered the letter above referred to,in person, 


to Ilr.J.A. 


McIntyre on the Sore! of April,1098, 


at 3.45 p.n. 




Department of Public Works, 

city of DENVER. 


Board. 


| Samuel N.Wood.Prest 
Cass E. Herrington. 

( David D.Seerie. 

William H. Taylor. 

Secretary 
Donald W.Campbell , 

E ncineer, 


Lee Ullery, Esq., 


Denver, Colo., April 25, 1898. 


flupt. Construction U. S, Mint, 


City* 


Dour Sir:— 


At iho request of the Castle Rock stone Company of this city 
I take pleasure in recounting for your benefit ny experience with lava 
rock in concrete. 

During the years 1891 and 1692 the city paved a number of 
streets with shoot asphalt on six inch concrete bases, said concrete 
consistiiig of one barrel of natural cement, two barrels of Cherry 
Creek sand and five barrels of broken lava rock; the rock hot being tlx 
hardest of best of its kind, and no unusual care was taken to wet 
the stone before adding the mortar. I now recall the fact that if 
tho selection Of the stone had been left entirely to ny judgment I 
would not have permitted the use of lava, because it appeared to mo, 
to be too soft and entirely too absorbant to ensure good results; 
arriving at this conclusion notv/ithstanding tho remonstrances of ny 
friend Mr. E. F* Edbrooke and that of others, Mr. Edbrooke assuring 
me that he already had large experience in the matter and had seen 
lava rock used with success in concreto foundations under many heavy 
buildings, etc. 

At this date after having seen tho concretes oxposed for 
various purposes I can truthfully say that ny fears have proven 
groundless and that lava rock concretes are as good as those in which 
crystaiized sandstone was used. 

In the future I shall not objoct to lava rack in our work 
but will insist on being supplied with the hardest and best of its 
kind, thus insuring tkm still better results. 


Yours respectfully, 


-- 

^_ // Asst. Engine?:- . 



Ca s 11 e Re ok a t ond* 

The Atchison, Topeka & Santa Fe Railway Compan^ 

Office of Chief Engineer. 

JCsimt r April 

of Constat tl, ** iH| r 

^ehei&r, t &» 

Be* 

I ** *^fl%<**t*L *o*R atone OO4 

in regard to then., ## ffcpdy -i^*, **t *hs «onstru*- 

ttw * «f *«? «?**$» 

W *?W® l5 ® n ,b<*| tM* -M*B» £#<* bcsstait and for 

year* and**.# t.®n parftctl, „Ua- 
«{*«** tbs result » have obtained TjwvJt. The stone stents 
a good crushing test and, while the atone appear* porous, we hare 
not observed In aiy part of our rtiible masonry tl»t 1* has been 
in anj' degfes by thb frost# We find that in n s ing ~t )j g 
******* toth in masonry and concrete that the adhesion of the earn ant 
td {hie atone is very good, forming a good bond between the stone 
»*ld thh sament either in rubble maBonry or iA consrete. 

I think that you will find the Oastts ile$k atone equal 
** fc *It *%ene yew sen get in Colorado for use i^yhut* aoherete. 

Respeetfal V* __ 


AesH Chi^ Jlnginewfr 



/oe. 


To insure prompt attention your reply must refer to the initials in circle. 


B 


Tnclo sure. 


grsastmj gzpzvtmmt 

(Suffice cf tJxz Jnpertrisitxg Architect, 


0 


WtesMtigtoUr % £., April 25, 1898. 


Superintendent of Construction 
U. S. Mint (new), 

Denver, Colorado. 


Sir: 


Confirmatory of office telegram of the 23rd instant, I have to ad¬ 
vise you that the contract and bond entered into by John A.McIntyre 
for the faithful performance of the work embraced in his proposal ac¬ 
cepted March 29, 1898, for foundations, superstructure and roof cover¬ 
ing of the building in your charge was approved by the Secretary of 
the Treasury April 23, 1898. 

The triplicate of said contract and bond is herewith inclosed for 
your information and guidance. 

Please acknowledge receipt of this letter and the inclosure. 


Respectfully, yours 



Ch_- >t*. 



No. 17. TREASURY department 


JOHN A. M9INTYRE, 

'GENERAL CONTRACTOR. 

ROOMS 402-404 COOPER BUILDING. 

Denver, Colo. 

TELEPHONE 1238. 

Hon, Lee Ullery. 




Supe r int enda nt 


Denve r 


Colorado, 



Denver Colorado. April 28 189 8, 


Sir. 

I have the honor to acknowledge receipt of letter of 

' • . 

inqury of R« H. Potter. Stone Mountain Ga. forwarded by you 

j 4 

April 27th • 1898. 

Thanking you for your courtesy in this matter I arn 


Very Res p? ctfull y. 


S/' ys r *■ 





I I o 

No. 17 . TREASURY DEPARTMENT 


7»rm No. 168. 


THE WESTERN UNION TELEGRAPH COMPANY 

INCORPORATED -" 


21,000 OFFICES IN AMERIC A. CABLE SE RVICE TO ALL WORLD. 

J ^. “ . . 


essage*, beyond the amount of tolls paid thereon, nor in any case 


Errors can be guarded 

transmission or delivery — —-* _ . 

•**Tto SatedME jSKl&SitadM* by request or the sender, under the conditions 

~ THQS. T. ECKERT, President and General M«aj 


RECEIVED at 1629 to 1633 Lawrence St., Denver. Colo 


iwia* xaa***sy- 
error* «r 4*fcA** 
within wanw 



Standard Time. 


22 OH 0. 0,X I? paid 
lasta 3 0 • **•’ 6th_98 


[_ee.lUlsry.Supt .Constn. New Mint .Bldg 


■nenver 


Mrs will''^forward sixty dollars to defray expenses 

ahswef* T Taylor.SiiptG Archt . Reed 720.a.m. 















o 


III 


To inmire prompt attention your reply must, refer to the initials in circle. 

gteasury gjepariraetrt, 

mficz of tfeje ^xxpcKtrtsing 

maBMttfiptcnx, g. ®. r May 3rd, 1898. 



Superintendent of Construction, 

United States Mint, 

Denver, Colorado. 

Sir 

You are requested to visit the Court House & Post Office 
Building in your city and,if necessary,present this as a letter 
of introduction,to Mr.Otis B.Spencor,Custodian of the building 
named,with the request that he allow you to peruse letter address¬ 
ed by him to this Department under date of the 29th ultimo,in 
relation to the enlargement of the mailing platform at rear of 
building. 

Please inquire into all the circumstances and submit your 
specific recommendation accompanied by ouch suggestions,or outline 
specification,illustrative sketches etc.,which may be necessary to 
convey to this office a full understanding of the case. In the 
event of its being your judgment that certain work be undertaken 
you are requested also to submit an estimate of the probable cost 
thereof. 


Respectfully yours, 






I V 2_ 


To insure prompt attention your reply must refer to the initiate in circle. 


greagi^artramt, 

(QUiCft of ttie ^nprcrisiug ^oMtect, 

g. ®., May 5,1398 



Superintendent of Construction, 
Mint Building (new), 

Denver, Colorado. 


Sir: 


X forward you lierewitli, by express, samples of terra 
cotta, submitted by Mr. John A. McIntyre the contractor for 
the superstructure,etc.of the building in your charge. The 
material is approved as to quality,and the samples are for 
the files of your office and your guidance in accepting the 
material, which the contractor has been advised it is under 
stood must be of the sizes and finish called for by the 
plans and specifications. 


Respectfully yours. 



j.s.s. 


/ 


113 


Form 
Ed. 12 10 


> 34. \ 

97 2,000.J 


advising of remittance of funds. 


^rmwrg gepartmeui, 


OfflOE OF 


SUPERVISING ARCHITECT, 


Washington, D. C., May 11, 


, 189q 


Sir: 


Your estimate of funds required during the month of May, 


189 8 , for the work under your charge, is received. I have to advise you tha t a 


remittance of $ 5-0,000 • 00 w to 


Otis B. Spencer, 


Disbursing Agent, has been requested. 


Respectfully yours, 


Mr. Lee Ullery, 


Superintendent U. S. MINT 


Denver, Col. 



Chief Executive Officer. 











No. 17. TREASURY DEPARTMENT 


. ^ ’■*- 




THE WESTERN UNION TELEGRAPH COMPANY'. 

——— INCORPORATED -- 

21,000 OFFICES IN AMERIC A. CABLE SE RVICE TO ALL THE WORLD. 

TH1* Homnanv TRANSMITS and DELIVERS messages only on conditions limiting its liability, which have been 
— cai^b/guarded against only by repeating a message back to the sending station for comparison, and the Qjfl 
* or Shve^of Unrepeit ed irfe^age., beyond the amount of toils paid thereon, nor in any case wher 

3ft *I^^^ S ^REPEATED e ittJES§A I ^^ r and is delivered by request of the sender, under the conditions named 

THOS. T. ECKERT, President and General Marf^ 



RECEIVED at 1629 to 1633 Lawrence St., Denver. Colo. 

182 Ch Bt. Jvr. 20 Paid ..Government * 


Standard Time. 


Washington D*C* 16 Hay 1898< 


Supt of Construction* 

Hint (llovr) Denver,Colorado* 

Letter today authorizes you 'to proceed on basis of your letter of Hay 
eleventh. 


j.K.Taylor* Supervising Architect* 


2:23 p.m. 





















Srnsimj fteparlraetrt, 

Office of the Meevet&vtj, 
'M.xshinvfton, ^ a y 23 , 1898. 

Mr. Lee Ullery, 

Superintendent of Construction, u. s. Mint, 

Denver, Colorado. 

Sir: 

I have to inform you that the Department has this day ap¬ 
pointed Mr. Eugene C. Wilson as Watchman in connection with the 
building under your super intendency, with compensation at the rate 
of eight hundred and forty dollars ($840) per annum from date of 
oath. 

You are authorized to issue and certify vouchers for his ser¬ 
vices accordingly. 

Respectfully yours, 

/7 


OF 


appointments. 





To insure prompt attention your reply mustmxefer to the initiats in yrcbt. 


% xzvlsuxv > peparlmetit. 

©ffto of ihe Architect, 

^astaufiptmx, 3. <&., May 16, 1898 



Superintendent of Construction, 
U. S. Mint Building, 

Denver, Colorado. 

Sir:- 


I forward to your address this day, under separate 
cover, sample of white broken stone approved for concrete 
work included in the contract of Mr. John A. McIntyre for the 
foundation, superstructure and roof covering of the building 
in your charge, the said sample being for the files of your 
office and your guidance in accepting the material delivered. 

Respectfully yours, 



I ir 


To insure prompt attention your reply must refer to the initials in circle. 


®fficz of the ^xzMtzzt, 



WteLSliinskcin t g. <&., May 17,1898 


Superintendent of Construction, 

U.S.Mint (new), 

Denver, Colorado 


Sir: - 


I .forward herewith, under another cover, sample of hard 
brick, for foundation and backing, submitted by Mr. John A. 
McIntyre and approved for use under his contract for the 
superstructure,etc.of the building in your charge, the same 

being for the files of your office and your guidance in ac¬ 
cepting the material. 


Respectfully yours. 


J.S.S. 



/ 


{All Utters in reply to official communications must refer to initial in upper right-hand comer.) 


Jgueastmj gcpartwcnt, 


©ffijcc of the j|jec*ctas0 f 


OTasMtXfitow, g. usy 16, 1898. 


Superintendent of Construction, 

U. S.Mint (new), 

Denver, Colorado. 

Sir:- 

Your recommendations contained in your letter of the 
11th instant to the Supervising Architect of this Department 
to extend the footings of walls and interior columns of the 
building in your charge to gravel bottom are approved, and 
you are hereby authorized to have the entire foundation for 
tlie mils placed one foot deeper than at present planned,the 
bottom of concrete to be generally at an elevation of thirty• 
six (36) instead of thirty-seven (3?),and There pockets of 
sand occur to have the sand removed to gravel and the spaces 
filled -with concrete, the concrete foundations to be carried 


to the above mentioned depth,and the finished top of concrete 
footings to be at an elevation of thirty-eight (38) instead 
of thirty-nine (39)as shown on present plans. You are di¬ 



rected, also. 


also, to have the footings of columns, in all cases 
domi one foot as directed for the outside walls,and 


■Khere sand pockets occur 


to such additional depth as will 


Supt.Denver,Mint. page 2. 


place the bottom of footings on gravel . 

You will keep a careful record of ail the extra labor 
and material involved in this charge, payment for which will 
be made on the basis of unit prices given in the contract. 

In order that there may be no delay, this Department 
has telegraphed you to-day, as follows,which telegram is 
hereby confirmed: 

"LeLter to-day authorizes you to proceed on basis of 
your letter of May eleventh.'* 


J.C.t. 



Respectfully yours. 


etary. 


J 


«.S. 




To insure prompt attention your reply mud refer to the initials in circle. 



%VZ%BUV% gzpnxtmmt, 

miizz of the gnpzvvtsiug QxcMUck 

WaaMuston, & 



Superintendent of Construction* 

U. S. Mint Building, 

Denver, Colorado. 

Sir:- 

I have to acknowledge the receipt of your letter of the 
14th instant referring to box of terra cotta material received 
by you from this office in connection with the contract of 
Mr. J. A. McIntyre for the foundation, superstructure and roof 

covering of the building in your charge. 

The sample of 5" light partition marked "rejected" was 
packed in the box by mistake, and you will please discard the 

same. 

The other samples mentioned by you were all approved. 

Respectfully yours, 



Acting Supervising Architect. 


J.G. 



/ 2.0 


Nc. 17 . TRg&SURY DEPARTMENT 



JOHN A. M9INTYRE. 


GENERAL contractor. 
ROOMS 402-404 COOPER BUILDING. 

Denver, Colo. 


TELEPHONE 1238. 


Denver Colorado# May 21-1898# 


Lee Ullery 


Supt# U. S# Mint# 

Denver Colorado# 

Sir# 

I have the honor to acknowledge receipt of your 
letter May 20th# Relating to authorization Tor one foot additional 

4 # 

excavation on U« S# Mint building foundation at this city* 

Vory Respectfully# 



7/V 






Nc. 17- 


TREASURY department 








JOHN A. NTYR E . 

GENERAL CONTRACTOR. 

OOMS 402-404 COOPER BUILDING. 

Denver. Colo. 

TELEPHONE 1238. 

Lee Ullcry* 

Supt • U • S • kiint ♦ 

Denver Colorado. 


Denver Colorado. Kay 21 I39S 


Sir* 

I have 

May 20 th. advising 

and crushed stone 
the United States 


th9 honor to acknowledge receipt of your latter 
ms of acceptance of samples of hard brick, 
for use in concrete and walls and backing, in 
Mint building at this city. 


Vopy Re s pc ct fully # 

7w f cJ- ' J '' V .■r o 








I 2s 2- 


0^ lS/ O/v 

OF 

appointments. 



groasunj §xpmctmmt t 

mucz of ttuc 

^CasMixetJcm, §. M&7 18 > 1898 • 


Mr. Lee Ullery, 

Superintendent of Construction, U. S. Mint, 

Denver, Colorado. 

S ir t 

X have to inform you that the Department has this day trans¬ 
ferred and appointed Mr. Benjamin Tuthill to the position oi 
watchman in connection with the building under your superintendency, 
wit h compensation at the rate of eight hundred and forty dollars 
(§840) per annum, from date of oath. Oath May 18, 1898. 

His traveling expenses and subsistence while on the road from 
Washington, D. 0. to Denver, Colorado, will be paid from the 
a,, reprint ion- U. S. Mint Building, Denver, Colorado." 

You are authorised to issue and certify vouchers for his 

services accordingly. 


Respectfully yours, 







/ 2 . 3 


To insure prompt attention your reply must refer to the initials w circle 


( FORWARDING- ) 


greasnrg gepartraeut, 
Office of tbe Supervising Jircftitect, 

‘©tasbinstcro, g. ©•» 



Superintendent of Construction, 
United States Mint, 

Denver, Colorado* 


Sir:- 

I an in receipt of your letter of the 18th ultimo oalling atten¬ 
tion to discrepancy between the specification and full size detail #44 
for the building under your charge*and in reply you are advised that 
the specification for foundation, superstructure and roof covering 


(page B-3,paragraph #2),calling for: 

•forme-* clips 1 " x l/ 8 “ on stone cornice and two strips of 
•copper laid over same.one strip to be turned down over the 
•outer ends of said copper clips,and tne whole bent down 
•over the outer edge of crown mould of cornice to form drips, 

and also that that part referring to roof tiles (page B- 2 ,paragraph #3), 


which reads: 

"Barrel of last tiles under hip rolls and against dock 
•cornice to die to a flat surface", 


are to ne followed. You will so modify your copy of full size detail 

# 44 , 01*1 instruct the contractor accordingly. 

Referring to the last paragraph of said letter,! sand you this 

Z** w i.ln« — « lnf °” 


and the files of you* 
tractor* 


office and the 


other for delivery to the con- 


Respectfully yours f 





0 \VlS/O/y 


jreastmj §®paxtmmi f 


I z^ 


OF 

appointments. 


ffificz of tlxje Jjejc*jetaa«fc 
Wlzsltingtiyn, May 20, 1808. 



Mr. Lse Ullery, 


Superintendent of Construction, U. S. Mint, 


Denver, Colorado. 


Sir: 


I have to inform you that Department letter of the 18th 
instant, appointing Mr. Senjaiain Tuthill as Watchman in connection 
Y/ith the building under your super intendency, has this day been 
amended so as to disallow his traveling expenses and subsistence 
whiie on the road from Washington, D. C., to Denver, Colorado. 

You are authorized to issue and certify vouchers accordingly. 


Respectfully yours. 
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Nc. 27. TREASURY DEPARTMENT 


JOHN A. MCINTYRE , 

6ENERAL CONTRACTOR. 
ROOMS 402-404 COOPER BUILDING. 

Denver, Colo. 

TELEPHONE 1238. 


\ 


Denver Colcra&o. Hay 24 1898* 


Lee Ullery. 

4 k ' * 

Suwt. Denver Mint. 


Denver Colorado. 

- 


Sir. 


A? 


I have the honor to acknowledge receipt of 
latter May 23 1898, referring to Detail Drawing No. 45 Denver 

Mint • • Jl. 

I think a discrei^ancy exists between this and other drawings 

ori£i nall y furnished, which if I find upon close inspection to be 
the^case, -I sha 11 have the honor to call your attention to at a 
later date* 




I 2L Cr> 

Nc. 17. treasury department 


JOHN A. M9INTYRE, 

GENERAL CONTRACTOR. 
ROOMS 402-404 COOPER BUILDING. 

Denver. Colo. 

TELEPHONE 1238. 





Denver^ Colorado/ -iay 24^ 1898. 


Lee Ullery, 


Supt• U. S. hint 




Denver, Colorado.. 


Sir;- 

' .ia J li-* ••» 9m '* _» 

I have the honor to. k ac3snowledge receipt of your 

letter May 23-1898, relating to discrepancies between Detail deaw- 

. « * 

• * 

ing No. 44Vand specifications for U. S. Mint building at this city. 
Will forward you drawing'to which you refer, for correction. 


Very Respectfully # 



* 




To insure prompt attention your reply mvxt refer to the initials in circle. 


Enclosure. 


treasury Bzpzrtmznt, 

©fti cz of the gxLpzxm&luQ Jyrjctotecx, 

^lasbrngtcra, g. 


May 23, 



Superintendent of Construction, 
U. S. Mint Building, 

Denver, Colorado. 


Sirs- 

* ^ 

* V 

I enclose herewith, for your information, copy of a 
letter this day addressed to Mr. John A. McIntyre relative 
to gray granite included in his contract for the foundation, 
superstructure and roof covering of the building in your 
charge, which letter explains itself. 

Respectfully yours, 



J.G. 



{All letters in reply to official commvmoatwns must refer to initial in upper right-hand corner . ) 

, I • 

treasury Separtmcnl 

(Office of the Shxpevtjistng ^xchitectr 


WL&ghingtcnx, §. 

May 23, 


1898. 


Mr. John A. McIntyre, 

Room 402 Cooper Building, 
Denver, Colorado. 


Sir 


I have to acknowledge the receipt of your letter of the 
16th instant, in which you desire further time for inspection 
of quarries from which to select the gray granite to be used 
in the U. 8. Mint building at Denver, Colorado. 

In this connection your attention is called to your pro¬ 
posal dated January 22, 1898, for the foundation, superstruct¬ 
ure and roof covering of the said building, in which you give 
the name and location of the quarry from which the gray gran- 
jte vou propose to use is to be obtained as "J. A. ; c niyre, 
^ r gnont County, Coloradothat you state further that this 
granite was used in the Colorado State Capitol, #1611 Trenont 
Denver, Colorado, and Hotel Pueblo; that in the ..etter 

St 0 % 

c f acceptance written by this Department and dated March 29, 


l8 98 , was the condition that J. A. McIntyre Fremont County 
Colorado Gray Granite shall be used in the work, in accordance 
w ith the sample submitted by you and on file in this office; 
that on the 29th of March, 1898, you entered into contract 


Mr* John A. Vclntyro, 


I 


2 


with the U, S. Government for the foundation* superstructure 
and roof covering of the building named* and in crid contract 
agreed tc the nee of the gray granite above mentioned* 

The decision in regard to the granite was reached after 
much consideration, and thin orfico will insist that the terms 
of yfmr contract be complied with. In Apartment letter to 
you cf "arch 29* 1R98, you were requested to forward to this 
r fflcQ duplicate samples cf the granites named in the pro; osnl. 
veu are now requested to forward at once a duplicate oi the 
nar? ie on file in this office, upon which the award of the 
contract was made to yon* in order that it nay be forwarded* 
satlefaetory, to the Puperintonoent of Construction for 

his guidance in accepting the material. 

Respectfully yours* 


Supervising Architect. 


0\VlS/0/y 

OF 

APPOINTMENTS. 



grrasim; geparircumt, 



©fficje of tlue Jtecejeiaaaj, 
^aslxinstcrw, g. May 24, 1898. 


Mr. Lee Ullery, 

Superintendent of Construction, U. S. Mint, 

Denver, Colorado. 

Sir: 

In reply to your letter of the 20th instant, I have to inform 
you that the oath of office was administered to Mr. Sugene c. Wil¬ 
son as Watchman in connection with the building under your super¬ 
intendency on May 17, 1898, and you are authorized to issue and 
certify vouchers for his services from and including that date. 




£ucasuvu geimvtmeut, 

0>fClc£ ot inc Supmusino Architect, 



Superintendent of const mot ion, 
U.S.Mint^ new), 

Denver, Colorado. 


Sir:- 

Ihis office forwarded you, on tli%- 24th instant, sample 


of the red granite submitted by Mr. John A. McIntyre and ap¬ 
proved for use -wherever red granite is called for in the 
sjjecifications foming part of his contract for the e-jccava- 
tion, foundation, superstructure,etc.of the building in your 
charge* The sample is for the files of your office and your 
guidance in accepting the material. 


Respectfully yours. 



j.s.s. 


nn 


To injure prompt attention your reply must refer to Vie initials in circle. 


'gem sixrg g^partmetxt, 

Office xrf ttxje Jupjermsitxjg ^xcUtUct, 

masMix^tou, g. May 31,2898 


o 


Superintendent of Construction 
U.S.Mint (New), 

Denver, Colorado. 


Sir: 


Deier] ing to j'Our coim.’iunichtion of tiie 4th instant enclosing 
letter addressed to you under date of the 23rd instant by the Assayer 
in Charge of the Mint building (Old), at Denver, Colorado, in relation 
to the delivery oj mail intended for you and in connection with work 
at the building under your charge, you are requested whenever you re¬ 
ceive a communication addressed to you, but which has been delivered 
to the Assayer above referred to, to advise this office, enclosing 
the envelope, and referring to initials of letter, date, &c., for 


record, 





I 3 2- 


Nc. 17. TREASURY DEPARTMENT 


-j 

“■Ww.;. 


Form No. i68. 


WESTERN UNION TELEGRAPH COMPANY. 


2l 000 offices in americ a) w0 ° c)able e se rvice to all the w or ld. 

SSSSSSSb^^^&BK WKSSBSi* b 7 request of tbe sender. under the conditions n£d^6v 
This is an UNBtPEATtu ait-ss- THO s. T. ECKERT, President and General M»^a^er. 


' will not hold 


owinglaessage. 
Lf liable for errortffcr delays 
in writing withiuJBixJy days 


R ECEIVED at 1629 to 1633 Lawrence 8t., Denver, Colo. 

191 Ch Fp Nr, 28 c Paid* Oovt# 
Washington, DC „ June 4-98 


Standard Time. 


"JL 


Supt Ullery, 


New Mint, 


- 


3 a a* 

*1* r\ 


Denver *Col ♦ 


; W\jW 



8Ul 
McIntyres 


can 


r- ^nver terra cotta lumber Company 

cubscontractors Briakwork notify the® 

contract i’**and bond • 

J K Taylor, 

Supervising architect* 


245 p, 



_ 
























To insure prompt attention your reply must refer to the initials in circle. 


f 33 


Enclosure . 


'gxmsuxK, §zp*vtmmt r 

mticz at tftz gnvzxnxzx uq gxrtiltzaX, 





Superintendent of Construction* 
U. S. Mint Building (flew), 
Denver, Colorado. 


Sir:- 

I enclose herewith, for your information, copy of a let¬ 
ter this day addressed to Mr. John A. McIntyre, contractor 
for the foundation, superstructure and roof covering of the 
building in your charge, in regard to samples submitted by 
him m connection with his contract. The letter explains 

itself. 

The samples approved in said letter have been forwarded 
t0 you this day and are for the files of your office and 
your guidance in accepting the material delivered. 

Respectfully yours. 



J.G. 


' All letters in reply to official communication# must refer to initial in upper right-hand comer .) 

Jtaeasurij department 

©ffice of 111* Jiiipertrisittg ^yxchitzcX, 

Washington, g. 

June 3, 1B9C. 

Mr. John A* McIntyre, 

Rood 402 Cooper Building, 

Denver, Colorado. 

rir:- 

This office is in rocoipt of your letter of the 26th 
ultiuo containing list of s<asplos submitted in connection 
**iih your contract for the foundation, superstructure and roof 
covering of the U. S. int landing at Denver, Colorado, >~hich 
samples have been received. The following are approved: 
Roofing felt, 

No. 22 and No. 24 galvanized iron, 

12 os., 14 os., 16 os. and 30 os. cold roiled con or. 

Michigan pine, and 
Wire screen. 


It is noted that no samples of tho hot rolled con cr are 

snbnitfccd. 

?he lead specified to bo three (3) pounds is about ?S> 


light. 

?he ribbed glass is not as satisfactory as the r < led 
;C ifiod, but you mention it as the asatarial required b- 
the ordinance of the city. There sees* to be no reason why 
the rolled should not be used. Please infers, thin office if 
the city authorities will object to its us. instead of th. 

ribbed. 


t 


Vt . John A, McIntyre, Page 2 


naaglos of the roofine felt, m ana #*« galvanized 
iron, 12 «... 1* «... 1C o». and 50 o*. eold rolled copper, 
lchigan pine, and .ire screen, have this day boon forwarded 
to the Superintendent of the building for the liles cf hi# 
office and hie guidance in accepting the nateriai. 

Respectfully yours* 


t* 

M 


ruperviaing Architect, 






1 3n± 

(AU letter* in reply to official communications mtrt refer to initial in upper right-band comer.) 

£mtsiUT3 department, 

Enclosure. Office of the iupevuising ^vchttect, 

i : ingtem, g. <£., June 3,1898. 

Superintendent of Construction, 

U.S.Mint Building (new), 

Denver, Colorado. 

Sir:- 

I enclose herewith. ,.for your information and the files 
of your office, a copy of a letter of even date, accepting 
the proposal of Mr. C. ¥. Buhler of Washington, D.C.,the low¬ 
er of two proposals received under circular letter, in amount 
forty-nine dollars ($49.00), to furnish all the labor and ma¬ 
terial required to complete plaster models 1, 1 -a and 2 re¬ 
quired for the ornamental work of the building in your charge, 
as shown on drawing #19, copy of which is forwarded you here¬ 
with, under separate cover, for your further information. 

you will note that the vouchers for payment on account 
of th© work are to be certified and issued at this Depart¬ 
ment, ©ud payment made here from the appropriation for the 

building. 

Respectfully yours. 



Supervising Architect. 




J. s. s. 




June 3,ldJ8. 


Mr. C. ¥• Buliler, 

1130 19th Street, N.¥., 

foashin.-Tton, D.C. 


Sir:- 


your proposal, dated the 1st instant, addressed to the 
Supervising Architect of this Department, the lower o' two 
proposals received under circular letter dated liny Seth ,1898 
and opened June 1st,1398, to furnish all the labor anu ma¬ 
terial required to complete plaster models 1, 1-A and 2 re¬ 
quired for the ornamental work of the new U.S.ilint building 
at Denver, Colorado, as shown on drawing frl9, properly 
packed and bowed F.O.B. Washington, D.C., for the sum of 
forty -nine dollars („49.00) is hereby accepter, the same be- 
lng deemed reasonable and a public exigency requiring the 
erfor. snce of the work, which it is understood and agreed 
49 to be completed within fourteen (14) days from this date. 

It is understood and agre4d that the models are to be 
aubject to inspection and minor alterations,without addition¬ 
al cost, during the progress of modeling. 

Upon the satisfactory completion and acceptance of the 





^ * 


JX. C. W. Buhl*r. pa' 8 

models by the offl.e of the Sap.rvi.iag Architect, you ,re 

directed to properly box add Alf the »ane, «u rorWard 

x «ff< no ifosn vouchers .or shot.® 
*iU of lading to the .aid office. *. 

, t>ii3 ne^BT^n^zil arrl 
»iU be certified and iaaued at this D 

-, d . w» " r “• 

——- ~ —* " " “ ’ 

, .. «» M. .•« “ ** —- 

cor his infontation. 

building* - 

Respectfully y«nrs. 


J.C-1- 

S. 


Assistant secretary. 


J.S. 


i<wr 


To insure prompt attention your reply must refer to the initials «n 

grcasxxri} department, 

Otficc of ttxe Jsupetmsiufj ^xxtxttect, 

SSteshingtou, S- ©«t June 3 , 1898 . 



Superintendent of Construction, 

New U. S. Mint Building, 

Denver, Colorado. 

You are hereby notified that this office has this day 
approved "Red Diamond" Portland Cement, manufactured oy the 
Portland Cement Company of Utah, to be used under the contract 
of M r. John A. McIntyre for the foundation, superstructure 

and roof covering of the building in your charge . 

This cement is new to this office, and it is presumed 
that the manufacturers have not had long experience. fhere 
will be sent to you within a few days a sieve containing 
10,000 meshes to the square inch, and it is desired that 
very frequently you make such tests of the fineness 
cement as will enable you to detect the delivery of any cement 
containing more coarse material than is allowed by the speci¬ 
fications . No scales will be forwarded, as you will probably 
be able to make arrangements for the use of scales in your 


vicinity. 

In addition to these tests, please 


send to this office 


Supt., 


U.S.Mint (New), Denver, Colo., Page 2. 


one sample to at least every seventy-five (75) bH.-reis deliv 
ered on the ground, from which tensile tests may be maoe. 

Respectfully yours, 

A , Supervising Architect 


a 


I 3 (p 


To insure prompt attention youi 


reply must refer to the initials in circle. 


Insure gspartment, 
©ffics st tfce j&wpmrtsiafi ^xcMtest. 

ra. 5 - 



June 8, 1898. 


Mr. Lee Ullery, 

Superintendent of Construction, 

u. s. Mint, 

Denver, Colo* 

Sir: The specification and plan forwarded with your letter of the 

t - r extension of mailing platform at the Court-House 
13th ultimo o duplicated and 

, p E+ off ice building in your city, have been a P 
and Post-Oil n „+horitv to solicit 

. thi8 da,- sent to the Custodian with auhority 
copies tnio u. „ 

rendering him su<h assistance as may be required to 
' "It active and satisfactory competition may be secured. 
end a Respectfully yours. 



Form 24. 

Ed. 12 10W 2,000. 


ADVISING OF REMITTANCE OF FUNDS. 


^reasmrij Department, 

office of SUPERVISING ARCHITECT, 
Washington, D. C., June 14, 1898. • 


Sir: 


Tour estimate of funds required during the month of J one, 

189B, for the work under your charge, is received. I have to advise you that a 
remittance of $ 10,000.00 rrreto Otis R. Spencer, 

Disbursing Agent, has been requested. 

Respectfully yours, 



Chief Executive Officer. 


Mr. Lee Ullery, 

Superinteiulent U. S. MUTT, 


P. 


Denver, Col. 





Nc. 17. 



TREASURY DEPARTMENT * * 







form No. 161* 


the western union telegraph company. 

- INCORPORATED - 

21,000 OFFICES IN AMERIC A. CABLE SER VICE TO ALUTHE WORLD. 

This Company TRANS_MnT8Md^KUT^BSniMBag^«wJj|o^OM(UtloMUi^Uajtl.lWMl^, 

prwonupd L 


Errors can be 
1 fn transmission 
after the 
This 


Liarded against only by repeating a message back to tie sending station for comparison, and tho Comply will not hold its 
— ti Me usages, beyond the amount of tolls iwiid thereon, nor in any onm where t h<Vhuuws not \ 


lission or delivery of Unrepeated Messages, l>eyond 
> message is tiled with the Company for transmission, 
is an UNREPEATKD MESSAGE, and is delivers 


* the follow]] 
hie Ion 
tritium' 


delay* 

loom 


delivered by request of the sender, under the conditions named eAovo. 

THOS. T. ECKERT. President and General Manage 


RfsP&>$E 9# W WfS. L W5Wf^M*« r - Col °- 


Standard Time. 


Washington D.C. 17 Juno 1898* 


Supt Ullerlclc. 

llcvr Hint. Denver ,Ctolo . 

Has McIntyre coimoBnoed cutting stone 

J K.. Taylor. 

* supervising Architect. 


3:45 p.llL 

















' ■ 

To injure prompt attention your reply must refer to the initial* xn circle. 

greasurB gsparlmimt, 

QtilZk of lUe ^xcUiUU, 

^tasUin^toru, 1. June 3 7, 1898. 

Superintendent of construction, 

U.S.Mint(now), 

D enver, Co1 orado. 



Sirs- 

• + rt-r* wmir letter of tlie 14tn 
, have to acknowledge the receipt of your 

, t . tHe delivery of "Rod Diamond" cement 
instant, in which you refer to the 

„ ontraot of Mr. John A. McIntyre for the founda- 
for use under the contract 

t VG et0 . 0 f the building in your charge, and in 

tion sup erst rue tur , 

. ot the S ieve previously mentioned 
rer lv to state that the shipment of the 

k + the same is mailed to you to-day. 
had been overlooked, but the 





J.S.s.s. 


S.H. 


To insure prompt attention your reply must refer to the initials m circle. 

’Xxsmuxu, department, 

Enclose. ®fflcz ot tfee JVxxtotect, 

l^asMtxgiow, June 18,1898# 

Superintendent of Construction, 

U.S. Mint (Mew), 

Denver, Colorado# 

Sir: 

Enclosed herewith for your^nformation and guidance, find copy 
of Department letter this day addressed to J.C.McGuire, accepting 
his proposal for mill and shop*inspection of structural metal work 

incident to a contract with John A.McIntyre, for foundations, super- 

% 

s 

structure, &c., of the building under your charge, to be prepared 
at the works of the Carnegie Steel Company, Limited, at Pittsburg, 
Pennsylvania, and at the shops of the Gillette-Herzog Company, at 
Minneapolis, Minnesota, at the following rates: 

Mill and shop inspection nineteen and three-quarters (19-3 
per ton each in the Pittsburg district; and shop inspection thirty- 
d one-half cents (39-1/2^) per ton at Minneapolis, Minnesota# 

in i- n © Q-i 

% 

you are directed, upon receipt of the bills from this office, 
to certify and issue vouchers in accordance therewith, for presen¬ 
tation t° the Disbursing Agent, who has this day been advised 



Superintendent, &c•, Denver, Colorado, _ 


hereof and 


directed to make payment thereof from funds in his hands 


on account of the building. 


Respectfully yours, 


i 


^pervi sing / Archite ct 


A 



( All letters in reply to official communications must refer 













%m%bux\i §zv%Ktmmt r 

(fyftlcz of tlxe Jecvetarij, 



mxsMusmt 9» j ulti X,; # L . 



J*C*!?cGuir&, 

Hnveneyer Haildirg, I’c. kG Cor- landt Street, 

Ifmr York* tU Y* 

Sin 

In view of t*ie public oEigoncy which requires immediate action 
verr proposal in telegram of the 17th instant, addressed to the 
fupervising Architect of this DeparteJnt, is hereby accepted for 
the t ill and shcr inspection of structural racial work incident to 


^ct.wifh John IU v,, 40&-4G4 Cooper r, 

Hr lor;.lo,for th& foundations, supers!ructuro and roof covering of 

flint balHingp mt Denver, Colorado, at the following rate:.; 

For nil! and shtto inspection nineteen and three-quarter cents 
( 19 - 3 /V) each per ton in the Pittsburr district? Chon inspection 
of material at Minneapolis* • innosota, thirty-nine and ono-half 
cents (39-1/2/} !>or ten. 

'Te material abovo rofoivod to, it is understood will !« pro- 
pa^ a t the mills of Game^io Stool Coqpana?, Limited, at Pxtteb’.xg 
fw0T—“ and at tt» shops of «ft» Cillotto-Hersog Cornel; 
Uinronpoiir,, i iinnoaota, and its v,oi t; ht is estimated at approsimt i r 


j Jj • .cCAuro , 1 *c * > 



four hundred and fifty (^0) 

for your inforratioB there has been forwarded this daj 

of ttn specifications end drawing ^mir 5 the work, and yra we 

re attested to mkc tot the inspection indicated. as it 

* 

is VB&rstcod that the Material is now ready at the works of the 
Camesio Steal Cewpany above referred to. . 


Please subnit your reports ir the usual mnnor to the 




of the Sitpcrrisin- Architect, and upon cornplotian of the work pro 
oont bill therefor, in accordance with the above acceptance* for 


nt fror the ttonronriai ion for the *u*S* ini, Denver* Colorado 


Heenoctfully yours, . 







To insure prompt attention your reply must refer to the initials m circle. 


B1 

Enclosure . 


grje&surij gepartmeui 

Mxizz si thz gxtp&cmzing Juxtoiect, 

m&Bteugtou. §. June 18, 1898 


Superintendent of Construction, 

New Mint building, 

Denver, Colorado. 

Sir: 

Referring to your telegram of the 17th instant, 1 have 
to enclose herewith, for your information, a copy of Office 
letter this day addressed to Mr. John A. McIntyre, the con¬ 
tractor for the foundations, superstructure and roof covering 
of the building under your charge. The letter fully explalns 
itself, and you are revested to address a special communica- 

tion to r :r on juiy ist> nexti eivine ^ inf °™atio„ 

of any steps taken by Mr . Mdntyre looking to full satis 
factory compliance w lth the requirements of ^ Qm " 

t © T* • 

Respectfully, yours, 



COPY. 


PI 


To insure 


prompt attention your reply must refer to the initials in circle . 


'gxmzuxus gjepartmmt, 
©ifice of itxje MnpzxmsinQ Ivsxteie&t, 



^ashiugtjou, 3. ^atie 1 '■ » 


"r. John 'fclntyro, 

402 Cooper Building, 

Ber.v 'iT, Colorado. 

f!i"i mr " 

Vvam advices received at this Office relative to the 
v ro ( r-'.r.o of Tort in connection with your contract for too 
excavation, foundation, superstructure and roof covering of 
tho now ’-int building at Denver, Colorado, it oocouon nacenaa- 
r thc proper protection of the Oovemmnt’s interests 
thpt yoar attention should bo called to the revision* of tho 
contract especially in regard to progroso and date of couple- 

tion. 

,.*.,1- this Office hesitates to adopt decided measurer,, 

, r f complications which frequently arise, in tho event. 

, iluro to show proper diligence in the perfornance 
of yo«r * aA 

_ v or of such tardy execution as will haxrrd eorapla- 

of the trorK 

, n th« stipuiated tine, the righta of tho riovurr\.on 
tiori * itri 

^ , i TBftnd that consideration be given to the sorvico upon 

* *-h ( cirht-dayc* notice preliminary to tho DepArtaont’s 

von or T - 1Kt ^ 

tau'tine possession of all the naterlnls, tools, etc., «nd as- 

•urinr, charpo of the work and coaplotlnp tho various itoms of 


Ur.J.A,l'eIntyre,(Denver,flow *.lnt),, T «ne lfi,lC9C.-2. 

the st;r.c at the expense of yourself and jronr bondsoen. 

!lr. to this time yon have failed to comply *ith tho Pc- 
partnont’n demands that yen forward for approval sanples of 
th* {.ray granite to be used In this building; and* from re* 
ports received at thin Office, It Is believed that yen have 
not yet :ade satisfactory or adequate arrange men ts for obtain¬ 
ing r sufficient supply of suitable gray granite. 

It would seers that a duo regard for your interests and 
those of yoTir bondsmen wottld require that you ehoulc lnnodlrte- 
ly comply fully with all the re qiti remen ts of the he part-sent 
ao to samples and perfect the nocersary arrangementa for ae- 
C5:rin - the Gray Granite called for bp your contract. Unlesr 
;wi s . i jsfy this Office that prompt and officiant means have 
boon adopted by you for carrying your contract forward with 
proper despatch, tho department wilt be obli E ed to take the 

action referred to herein, viss the service of the eiflht- 
da yc T notice. 

copy of this coan’ : leaf ion has been forwarded to the 
Superintendent of Construction, with directions to advise 
this ^ffj co on July 1st, next, of any action taken by you 
looking to the satisfactory prosoeutlon of the work and its 
completion on, or before, the time stipulated. 

Respectfully, yours, 

(signed) J.K.TAYLOR. 


Supervising Architect. 


Ottlgn M^4.DM.20 l8a7. 




Nc. 17. treasury department 





™ P OSTAL COMPANY'S STST EM ^ ^ ""' T 

/ TELECRA 

AL TELEGRAPH-CABLE COMPANY. 

._ ? i»i* ♦ l» a har»Lr nf tflic 




125 EX. WCr. K. 22 Paid Govt. 

Washington D. C. June 22nd ,1898. 

Supt Hew Mint , 

Denver,Colo. 

Allow the use of no cement which does not conform to specifications. 

J. K. Taylor, 


Suptyising Archt, 


1:54pm. 












Hh3 

To insure prompt attention your reply must refer to the initials in circle 

'gvmsnvu> gqmrtramxt, 

Office 0f tire .gupettf isiwfi ^sctolect, 

®astaurjtmx, i- June 24 > 1898 



Superintendent of Construction, 

U. S. Mint Building, 

Denver, Colorado. 


Sir:- 

I forward to you this day, under separate cover, sample of 
gray granite approved for use under the contract of Mr. J. A. Mc¬ 
Intyre for the foundation, superstructure and roof covering of the 
building in your charge, said sample being for the files of your 
office and your guidance in accepting the material delivered. 


Respectfully yours, 



J.G. 


Form 40. 

E d. 1215 97 2,000. 


/if if 


authority for open-market purchase. 

[All letter» in reply to official communication* mutt refer tv initial in upper right-hand comer.) 



t ^reastm] Jpepartraeut, 

Office of the SUPERVISING ARCHITECT, 

Washington, D. C\, June 24, lo98* 

superintendent of construction, 

U.S. Mint Building, (New), 

Denver, Colorado. 

Sir*. 

In view of the request and recommendation contained in your 
letter of the 20th instant and the public exigency requiring the 
immediate delivery of the articles and performance of the work 

you are hereby authorized to incur an expenditure not exceeding five 
dollars ($ 5 . 00 ) 

in securing in open market at lowest prevailing rates: 


photographic views of work on the building. 


$ 5.00 


* 5.00 

your attention i a called to printed •'Instruction* to Superin¬ 
tendents," and you will issue and certify vouchers on account of 

appropriation for Denver *0010 fr0 ™ tlle 

Respectfully yours, 9 * 




t’-b’ST 

No. 37. TREASURY DEPARTMENT 


Form No. 168. 

THE WESTERN UNION TELEGRAPH COMPANY. 

INCORPORATED 


21,000 OFFICES IN AMERICA. CABLE SERVICE TO ALL THE WORLD. 


This Company TRANSMITS and DELIVERS messages only on conditions limiting its liability, which have been 
y Errors can be guarded against only by repeating a message back to the sending station for comparison, and the Co: 
In transmission or delivery of Unrepeated Messages, beyond the amount of tolls paid thereon, nor m any case where t l 
after the message is filed with the Company for transmission. 

This is an UNREPEATED MESSAGE, and is delivered by request of the sender, under the conditions named 

THOS. T. ECKERT, President and General Mana 

RECEIVED at 1629 to 1633 Lawrence St., Denver, Colo. 




>y the sen^rpfthe foil] 
1 notholdifselfliable f< 
ot pre^nted m writi 



Standard Tima. 


112 Ch Mt Nr 37 paid* Govt* 

Washington, DC. June 27 
Supt of construction, U S Mint* Bldg* 

(New) Denver,col + 

Notify McIntyre he can use atsens 
or Dykeroff^ if in your estimation 
cement is in good condition and 
stands sieve test* Letter. 

J K Tayl or, §upervi siing 

c v ' architect* 


1046 a 








Nc. 17. 


TREASURY 


department 


I 





JOHN A. MCINTYRE. 

GENERAL CONTRACTOR. 

s 

ROOMS 402-4-04 COOPER BUILDING, 

Denver. Colo. Denver n olo* •Tune 26 1898# 

TELEPHONE 1238. 




T.ee Ul-lery Esqv 

Supt. u. S* > c infc Denver 

•X teve the honor to acknowledge receipt of your letter 
Jnne 22 -98. anisine rae of the situation in regard to Red diamond 
''ement . I have the honor to say in this connection, that I have 
forwarded samples of Alsens, hykerhoff and Alpha Portland ~ ements 
to the department at Washington, and wired them to that effect, 
also asking permission to finish rosining 60 yards foundation- 
with Steel Portend, or other satisfactory cement, and am usir^j 
the utmost dilligence to avoid any delay* Assuring you that the 
destruction by fire of the Red diamond plant, and the resultant 
delay was in no way my fault# and request ing- that you so advise 
^apartment, and protect me in this natter I an 

~ f ery Respectfully^ 






iff 


No. 17. 


treasury department 


JOHN A. MCINTYRE, 

GENERAL CONTRACTOR. 
ROOMS 402-404 COOPER BUILDING, 

Denver, Colo. 

TELEPHONE 1238. 


Denver nolo. June 2G 1898. 


I,ee UlUery *Es<r* 

Supt u. s-. “infc. °ity. 

X have^he honor to acknowledge yow totter June 22 1898 
pnclosine bill of Denver Water Company* 

The~same has had prompt- attention, and arrangements na&e Tor 

satisfactory settlement. 

TT ery Respectfully* 

w 







No. 17. TREASURY DEPARTMENT 


Form No 188, 


THE WESTERN UNION TELEGRAPH COMPANY. 

__ _INCORPORATED- 

21,000 OFFICES IN AMERICA. CABLE SERVICE TO ALL THE WORLD. 


UabUUy ’ WhiCh h 17 h b ^ Dby Render oftMS following message, 
in tratiMrniKHioQ or delivery of Unrenrated u... |v t . ^ station for comparison, and the Company will not lrolcLj££elf lurole for errors or delays 

after the message toffitb th?&™ y fo^^fario^ the ‘ uuount ‘ rftoUs P“ d there °n, nor many case where isnot p$J£gd m^tins wXfshTty d^ 

iisan UNHJEPJBATKIi MEsfiAfiF fln H ,* a h i__ ^ xt._^_, .. .... Jr / 


This i 


--^jmpan __ _ 

' K1, KAT, I> MESSAGE and is delivered by request of the sender, under the conditions name# above^ 
__THOS. T. ECKERT, President and General Man< 


R E C EIV E D at 1629 to 1633 Lawrence St., Denver. Colo 

211-0 h. Sf. Hu. 22 Paid, Gov't. 

<r, . ' " v hB ™ . 

Washington, D. C., }une 29, 1898. 

Sup't New Mint* 

Denver, Colo. 

Approval of CoTopaxi gray granite is revoked. Probably Arkins will 
be approved. 


Standard Time. 


4.09 p.m. 


• x ^* - a ylor. Supervising 

Architect 














l^cj 

(All letters in reply to official communications must refer to initial in upper rigU-lMni conni.) 

gxxastanj gjepartmeut, 

mficc of the 3zeKstox&, 

• ^XaBliingtcitx, ©'♦r June 27 ,1898 

Superintendent of construction. 

New Mint Building, 

Denver, Colorado, 

Sir:- 

in view of the statement and recommendation contained in your 

letter of the 15th instant, addressed to the Supervising Architect, 

you are hereby authorized to incur an expenditure not to exceed 

two dollars and fifty cents (|2.50)to purchase a pair of scales for 

the purpose of weighing cement delivered for use in the construction 

of the building in your chaxge.in order to make tests of same,and 

l!50 to incur an expenditure not to exceed three dollars ($3.00)for 

phasing -o dozen tin cans in which to forward samples of the said 

+ to this Department for test, making a total expenditure of 
cement- 

, rs and fifty cents ($5.50), the same being deemed reason- 
five doll ^ 

a = public exigency requiring the immediate supply of the ar- 
able and a ^ 

ticl• 

You are hereby authorized to certify and issue vouchers on ac- 

rt -p the above, as required by the printed -Instructions to Sa- 
coun-t o 

pendent3,"payment of nifcich vouchers the Disbursing Agent has 
authorized to make from funds remitted him on account of the 

be 



to Ch 


Supt.Denver, Colo. Page 2. 




appropriation for the building* 


*C.P. 


J *S. 3, 


respectful ly 



t 


f 


Js~o 


To insure prompt attention your reply Must refer to (he initials in circle . 

JZxzvlskxq gjep&rtmml, 

qftfizz of ihs gnvzxnisius 

^tesMustcnx. §. June 27, 1898* 



Superintendent of Construction, 
U. S. Mint (New), 

Denver, Colorado* 


Sirs- 

This office has just received a telegram from Mr, J*A. 
McIntyre, contractor for the foundation, superstructure and 
roof covering of the building in your charge, regarding his 
inability to furnish "Red Diamond" cement which will stand 
test required. A dispatch has been sent to you as follows, 

4 

which is hereby confirmed: 

"Notify McIntyre he can use Alsens or Dykerhoff, if, 
in your estimation, cement is in good condition and stands 
sieve test. Letter." 

The fact that Alsens and Dykerhoff are so well known, and 
the delay which would necessarily ensue in awaiting the sam¬ 
ples and tests would materially embarrass the work, are rea¬ 
sons why the approval has been made without the office tests. 
Should the office tests, upon the arrival of the samples, 
indicate these cements to be of inferior quality, and below 
the recognized standard of the same, you will at once be 


notified. 


Respectfully yours. 



Supervisi^ Architect. 


J.G. 


Form 40. \ 

^1215 07 2 , 000 . | 


Js~l 


authority for open-market purchase. 

V J.U letter* in re ply to official communication* must refer to initial in upper right-hand comer.i 



treasury department, 

office OF THE SUPERVISING ARCHITECT, 

Washington, D. C., June 28, 1898* 


Superintendent of Construction, 

U.S. Mint Building, (Ne^), 

Denver, Colorado. 

Sir: 

In view of the request and recommendation contained in your 
letter of the 23rd instant and the public exigency requiring the 
immediate delivery of the articles and performance of the work 
you are hereby authorized to incur an expenditure not exceeding six 
dollars and seventy-fivfl cents ($6.75), 

in securing in open market at lowest prevailing rates*. 


for rent of rrater for use in office of the Superintendent 
of construction,for six months from May 1st,1898, 


t 6.75 


Office letter of 


September 17th,1897, is modified hereby. 


3 GTTC 


Your attention is called to printed "Instructions to Superin¬ 
tendents, 1 ' and you will issue and certify vouchers on account of 

the above in accordance therewi th-Paynent to be Bade from the appro¬ 
priation for the "U. 3. Hint, Denver,Colo.» 

Chief"Executive Officer. 


Respectfully yours 

i 


w 




/ S' 2— 

No. 17. TREASURY DEPARTMENT 


JOHN A. M9INTYRE . 

GENERAL CONTRACTOR. 
ROOMS 402-404 COOPER BUILDING, 

Denver, Colo. 

TELEPHONE 1238. 


Denver Colorado. June 3 0 189 8^ 


Lee Ullery Esq • 

/ 

Supb Nevr Mint • 

4 

Sir. I have the honor to acknowledge receipt of your 
June 29 1398, referrin s to telegram from Hon. J. K. Taykor, 
referring to Cotopaxi Grpy Granite^ 


let t Jl* 





o 



No. 17. TREASURY DEPARTMENT 


JOHN A. M'INTYRE. 

GENERAL CONTRACTOR. 
ROOMS 402-404 COOPER BUILDING. 

Denver, Colo. 

TELEPHONE 1238. 


4 

Lee Ullery Esq# 


Denyer Colorado# 


✓ 


Supt# New Mint # 


j 

June 5o 1898# 


Sir. 


I lave the honor to acknowledge receipt of your letter 
June 28 1898, and to report that in accordance with ^he instructin 
herein contained I at once srved notice upon the Denver Terra 
Cotta Limer Company, the sub contractors for the brick, as 
provided for under the eight day clause of their contract, and 
irdne with the United States# I have taken steps to secure the 
- i val of brick at an early date in dependant of said sub contr 
actors* Trusting no further delay will occur I am 

Uery Re sp3£^ filly# 





isy- 

No. 17. TREASURY DEPARTMENT 















/5~vS 


To insure provip 


t attention your reply must refer to tioe initials in rftrcte 


Enclosure. 


Ireaaurg gevzxtxamt 
©«ice of the SttpesoBSiug Architect, 



Superintendent of construction, 
new Mint building, 

Denver, Colorado. 


Six:- 

X enclose herewith, for your information and the files of your 
office, a copy of a letter of even date, addressed to Mr. John A. 
McIntyre, in regard to the fire-proofing material approved for use 
under his contract for the superstructure,etc.of the building in 
your charge, which letter is self-explanatory. 

Respectfully yours. 



J % s« s« 


July 1, 


9 


Ur. jaihn a, ilolutyre* 

Coop or 

Deny«r, Co x or*;o. 




I have to nckiiOvrieJUje th ii rvo^ipt o your lector of v>.v -*>■ 
ultimo* referring to s*wpl e* of firepro vfin,; l-%- O' X* 

1 -ovcv for awe anctr .. our *or.traot *or the «up era true tarn., c wo # o. 
vhc J.C.Ulot bulldins in your city. Sih*--; t?.ose r rriler vere »:-- 
proved, *5U*1W of the material alone %’*« coasMereA «ud the question 
qU i no; ^oite ur. ifatorlnl of equal quality to that rproved 
rill bo satisfactory to this of"ioeitherefore it will to unnecessary 
to subrr.it briber unfits to this office for approval, the material 
alrCfv5y heir* t*<n a* * **uaA«rA of ehat you propone to 

*u i'r. i*h ,trrespeotiv® o'* onkc. 

-. r , 0 /> thin letter h** bow forwarde-1 to the superintendent. 

A •* ^ 

6-' t» f\*l 1 * v / 0tX*! ’ > 




Sop er ri sinp, .vrchl t oft. 


I S~ lo 


To VMtu.ro prompt uttentvjn y <w reply itvut refer U> tfo initial in <* rrM 


(Office of the Mupexvising Architect, 


XxmBtnnz gepartamt. 




Superintendent of Construction, 
new Mint building. 


Denver, Colorado. 


Sir: - 


I forward you this day, under separate cover, sample of granite 
from Lawson quarry, submitted by Mr. John A. McIntyre and approved 
for use in the column footings included in his contract for the 
foundation, superstructure,etc.of the building in your charge,the 
same being for the files of your office and your guidance in accept¬ 
ing the material. 


Respectfully yours. 



Architect. 


J. S. S . 


1 & 


To insure prompt attention your reply must refer to tf<* initials in circle . 

grjeaswrs 

(Qifj&z of flue SnpzxuiBiUQ 

'SaasTiinstmi. g. June 30 * lbt/8# 



( forwarding ) 


Superint endent of Cons timet Ion, 

United States Mint, 

Denver, Colorado* 

Sir:- 

X send you this day under separate cover photos, of models 
Nos. 1,1-A and 2 for the stonework of the building under your 
charge,which have been approved and the contractor for the 
models so notified* 

Respectfully yours. 

Supervising Archl tect • 

R. 



/ 


I S'*' 

Nc . , 7 . treasury department 




'"“the WESTERN UNION TELEGRAPH company 

_ INCORPORATED* "_. _ - X... kivAni r\ 


21 OOO OFFICES IN AMERICA.'" 00 cTbL^SERVICE TO ALL f HE WdRLD. 

^E e if^^pfeE^sraEraKdi^^d by request of the sender under the conditiouB named above. 

THOS. T. ECKERT, President and General Manager. 


fH^ 


RECEIVED at 1629 to 1633 Lawrence 8t., Denver, Colo. 


Standard Tima. 


203 Ch. Ht. Ru. 42 Paid, Gov’t. 

^ yr Washington, D. C., July 6, 1898. . 

Superintendent Hew Mint, 

Denver, Colo. 

A31ov/ use of brick which in your estimation, equal in quality that 

approved. Report hy telegraph if supply of dyckerhoff is sufficient 

for the work. If not your definite recommendation regarding cement. 

» J. K. Taylor. Super¬ 

vising Architest. 


3:11 p.m. 
















I&Tj- 

Nc. 17. TREASURY DEPARTMENT 


Form No. 168. 


THE WESTERN UNION TELEGRAPH COMPANY. 

21,000 OFFICES IN AiyiERIC A. IWC °CABLE SER VICE TO ALU THE WORLD. 

In transmission or delivery of Unrepeated Messages, beyond the amount of tolls paid thereon, nor in any case where the claim is not p* esentea in wnung wui J 

after the message is filed with the Company for transmission. . , , .... ^ 

This is an UNREPEATED MESSAGE, and is delivered by request of the sender, under the conditions named above. 

THOS. T. ECKERT, President and General Manager. 



Standard Tlnru 

*\ C7 1 


RECEIVED at 1629 to 1633 Lawrence St., Denver, Colo. 

106 Ch Ht Nr 38 P aiid Govt 

0 

Washington, DC• 7 
Supt of C<ons truest ion, U S Mint# BMg, (NEW) Demver.Gol. 


Your dispatch recommends using two 
parts red Diamond five sand 
for mortar# Specifications call for 
one part approved cement to 
two of sand# 

J K Taylor,Superv architect# 


13:57 p. 











T'o \rmre 



greasxirtj Bepzvtmmt, 

Office of tlxe JFripcrtrtsiiX0 J^xTiiteci, 

Washington, 53. July 5,1898. 


0 


Superintendent of Construction, 


U.S.Mint (Hew), 


Denver, Colorado. 


Sir: 


Your letter of the 1st instant reporting progress of work on the 
building under ycur charge is received, and referring to that portion 
which relates to the supply of brick equal in all particulars to the 
approved sample, your attention is now called to that portion of the 
contract with John A.McIntyre, on line 13, second page, with the re¬ 
quest that you, in writing, address a communication to the contractor 
demanding the performance of a certain specified portion of the work 
within a given time, and to advise this office as to the result thereof, 
forwarding copies of correspondence. 

The matter of supply of gray granite will form the subject of 
another communication. 


Respectfully yours, 



JOHN A- M-INTYRE , 

6ENES>“- CONTRACTOR. 
ROOMS 402-404 COOPER BUILDING. 

Penver, Colo. 

TELEPHONE 1238. 


Lee Ullery Supt* 


I (d I 


Denver Colorado# July 8 1898* 


Uevr Mint* 

/ 

Denver Colorado* 


Sir* 

Replying to your favor of July 6th. 1898, I havr the 
honor to say* 

^eing convinced from actual observation of the plant, that 

4 

Denver Terra -otta Lumber Go* the sub contractors, for furnishing 
the brick, for use in the United States Mint building at this 
city, would be unable to supply same in time for the prompt 
commencement of the work X on June 28th. served upon tte Secretary 
of said flomp&ny, an eieht day notice, provided for in my contract 

_ 4 

with the United States, and on July 5th. said failure continuing 
to exist I entered into contract with the Golden Pressed Brick 

4 

Co. for the immediate supply of 500000 hard burned brick similar 
to s aCPle* of which ord er I am pleased to say I this day received 
notice* of the arrival of four cars, or 40000, the remainder 

* " 4 

up to 75000 to arrive daily in 20000 lots. 

After a carful inspection of the Denver Terra a 0 tta Lumber n 0 . 
Plant* 1 iind that they are now burning one kiln of 50000 and 
preparing three others for burning, this will enable item to 

4 

furnish by Au^xst 1st. 50000brick, and by Sept 1st . 500000, this 
with the number contracted for, and now being delivered by'the 
Gcidon Pressed „rick " 0 . will give by Sept. I- XOOOOOObrick. 

* hi ° h T aeration to place in the wall ly ttat time. 



ffOON* 


joH N A- M'INTYRE. 

CONTKACTOFt. 

40 j 4 O 4 COOPtH BUILDING. 

Denver. Colo. 

TtLtP H0NE 123B 

In this connection I desire to say that should the out put of the 

4 

Denver Terra ^otta ^o* fall below that required to make up the 
amount wished, I have perfected arrangements to supply the de¬ 
ficiency from the out put of the Golden Pressed "Rrick °o» so that 
no doubt exists of the arrival of IOOOOOObrick, prior to Sept I 
Vy stone cutting sheds are now completed, I having been engaged 
the past week in enlarging its capacity, 30 as accomodate at least 
seventy five men, of which I have for the past two weeks been 
employing one gang of twelve, which was all that I could accomo 
date owing to the increasing of the size Qj. the pliant, an. the 

crowding owing to arrival of large shipments of stone* -. 

Red Granite is and for the past week or so has been arriving at 
the rat. of not less than Wo oars per diem,and is »w bein 0 
rapidly cut, and stored waiting for plaoinc in the wall. 

T , TT TS98 X Shall increase the force of stone cutter 
On Monday July II-I898, a 

. 4 .,, +he sheds, as rapidly as 
to 36, and from that to the capacity of the s 

Possible to do or to secure the men. 

o mtI nr of the Lawson Granite, for n olurm 
The contract for the quai - - 

already entered into, and the work will begin 

footing 3 * has been alr ® 

. a+ _ llfi itself being shipped to this point 
within ten days, the sz 

p Annist* The sample of Arkins Granite called 
in the early days of Augu^ 

for * y the Supervi sinc Architect has been procured, cut, and 

for,yarded to him by express, and to avoid delay a contract for 

quarrying , conditioned upon its acceptance, has already oec:. 

ceftanojv 


^de, and tin work will begin- within ton* 





JOHN 


A M<? INTYRE. 


L contractor. 

StNf *** 

. io4 COOPER BUILDING. 

ROOMS * oZ ' 

DENVER- Colo. 

telE PH0NE .238 

. ,_ 1Hnr perhaps too rrxucn xor 

I ¥l n say in this connection, that at 

, v -p rjreperation be be^nn a. 

i»». * Mt * h * '° rt r ■ ,, nit]1 

be in-' convinced tb&t such 
once, without waiting for its approval, hem. 

, iU to the case, and desiring to begin work ypon the quarry 

4 

withoTit delay* 

I am informed % «rV Sprague, representing the Gillette Herzog 
no*, that the steel columns required, and other iron work, ..-ill 
bo ready for shipment, and will be on hand on or before August I* 
which statement, owing to the reliability of the firm, and the 
0 ^ oi ^ presence of a Government representative at the works, 

tc ^0 -to be correct without further invest ic&tion. 

4 -be matter cf cement I have the honor to say that I have laid 
qy>q the supervising architect, a proposition to make up the 
-p-iciency in fineness in the red diamond cement, by the addition 
£ ^ore cement, which shoiild he accept, I am in a condition to 
o r ,^ish not less than one thousand barrels of Red Diamond n ement 
pr*° r t 0 Sel7fc * 1 I898 > ^d after that date Red Diamond to any 
r e4 air0d araount * Shpuld the suffer of Red Diamond fall belovf 
tll e amount given you I am prepared to sujb^the deficiency with 
pyk3^ :iCAi > U P to 100 barrels, the total amount obtainable here, 

the eVent both these aerr » nts filing short of the amount 

reqUirCd 1 Sl ^ 1:L at once ask Permission to add cement of such 

other brands as will be acceptable to you and +v.n 

' y a* 13 - the Department you 

r cprQsent • 



JOHN A.M5INTYRE, 

a i CONTRACTOR. 

oenepaL - 

404 COOPER BUILDING. 

BOOMS 402-40 

Denver. Colo. 

TELEPHONE 1238 


Trusting the above statements may convince you that “he utmost 
expedition is being used, and that independant oi the acts Ox 
God, no doubt can exist of the rapid and vigorous pushing of the 
irork in hand, I have the honor to be 

Tr ery Res 


pectfully» 



To wuiure prompt attention your reply must refer to the wiluile i» tireb. 



2 - 


Xzz&z'zxq QsvzcxtmzaX, 
Cities vf tbx g m j j tx o i j r m g J uatt&A 

^uraiagifira, §. X. 


July 0, 



1898. 


Sup er int er.dent of Construct Ion, 
United States Mint, 

Denver, Colorado* 


Sir:- 

I an in receipt of your letter of the 2nd Instant relative 
to keystones and vouesoirs of arches over first ar.d second story 
openings of the building under your charge,and in reply you are 
advised that the sane are to he cut in accordance with details 
Ncs .40 and 44; the keystone.and voussoirs adjoining ease,being in 

one stone at the second floor only. 

n«cTiftr»t-rnilY yours. 



R. 


chiteot. 



No. 17. TREASURY DEPARTMENT 





THE POSTAL 





FORM 



MPANY’S SYSTEM REACHES ALL IMPORTANT POINTS ,™ £ U ^ £ R ° L ETATES BR ' T ' SH A “ ER ' CA ' 

AND via COMMERCIAL CABLES, TO ALL THE WORLD. 


WILLIAM 




CR A 

TELEGRAPH-CABLE COMPANY. 

5is Conran/ transmits dfid delivers messages snbject to the terms and conditions printed on the back of this blank. 


& Gen'l Manaeer. JOHN O. STEVENS, Secretary. 


ALBERT B. CHANDLER, President. 


Received at Main Office, 926, 17th Street, Rrnest^&^Cranme^Bnilding, Denver^ (Telephone 1490.) 


66. EX. AS. K. 48- Paid, Government. 


?/ashington Dc July 12 th,1898. 

Supt of Construct ion . ,U. S. Mint. Building 

( New )., penver,Colo. 

Instruct contractor to yse dykerhoff when it cannot be had use 
red diamond three to five for raotar and twenty per cent more 
than specified for concrete all as recommended by you. 

C. E. Kemper, 

Acting Supervising Arch't. 

10:35am. 















■ OH- A.MSINTYRE. 

U -A. CONTRACTOR. 

An? 404 COOPER BUILDING, 
poo^^ ^ 

p £ HVER, Colo. 

T EUE pH0NE 1238 


I (* 


Denver Colorado • July II I3S6* 






Leo Ullery Supt* 

0 

M eTT 1 lint City* 

i 

Sir. 


X hr.ve the honor to acknowledge rMeiPt ot 

4 

ycur letter July S-IS98% 

The otters therein MA ained stall have pronpt attention. 






V '• 




4 

Very Respectfully* 












*-> 








. \ 



I 


JOHN A. M?!NTYRE, 

GENERAL CONTRACTOR. 

ROOMS 402-404 COOPER BUILDING, 

Denver, Colo. 

TELEPHONE 1238. 



Do nve r ft o lo ra do ♦ July 12 139 . • 


T< ee Ullery Sujt* 

' t 4 

' T evr H int* Denver ^olo* 


sir* 

I have the honor to acknowledge receipt ox* your letter 
July 12 189 8, advising me of the action of the Acting Supervising 
Architect, in the matter of Red Diamond: and D yC kerhoff cements* 

t 

In this connection I have the honor to say that I am in receipt 

, < 

of a letter from °ayer ^ewton & n o. advising me that the sixteen 
harries of ^ckerhoff cement this day fUmished uses up their 
entire available supply of said cement. 

* ST 

I have also the honor t© say that MoPhe© & W inrdty , the agents 
for said cement at this point advise me that they cannot at this 
time supply Dyckerhoff cement in any quantity, being already 
short on the orders now received. 

I ‘ * 

I iEtve therefor, in pursuance cf said letter I2th. inst « commen 

^ l 

ced th© delivery of Red Diamond "ement in sufficient quantities 
to carry on the work, and shall take imnediate steps to secure 
saffi ciervt Dyckerhoff to supply any deficiency which may ecdur 
in tlie Diamond cement* 


♦ 


Very Respectfully. 




No. 17. TREASURY DEPARTMENT 


7tW& 




TBAD*** 


THE POSTAL COMPANY'S SYSTEM REACHES ALL IMPORTANT POINTS IN THE UNITED STATES AND BRITISH AMERICA. 

AND via COMM ERCIAL C ABLES. T O ALL THE WORLD . _ 

... TELE C R A 

JSTAL telegraph-cable company. 

This Company transmits and delivers messages subject to the terms and conditions printed on the back of this olank. 
WILLIAM H. BAKER, V. P. & Gen’l Manager. JOHN O. STEVENS, Secretary. ALBERT B. CHANDLER, President. 


r 7 ' 


- Received at Main Office, 926, 17 th Street, Rrnest &Cranmer Building, Denver. (Telephone 1490.) 

£) ex wg s 50 paid Govt rate 

Washington, Dc., Jul 16,1898 


Superintendent Hew Mint 

Denver, Colo 

Office sends McIntyre following despatch. Government will insist on 

Gray granite as called for in contract and samples approved 

C E Kemper, Acting Supervising Architect 















To insure prompt attention your reply must refer to Uie initials 

'gxzvLsnxn, §zpnvtmmt t 

Office of me gnpzxvisinQ ^rcMtect, 

^asMugtuu, July 1898 



Superintendent of construction, 
united States Mint (New), 

Denver, Colorado* 

Sir:- 

Your letter of the 9th instant is hereby acknowledged, 
enclosing correspondence and conveying information in relation 
to securing rapid and satisfactory performance of work embraced 
in a contract with J.A.Kclntyre for foundations, super structure, 
roof covering,etc.,of the building under your charge. The 
action taken by you is approved in line with the provisions 
of the contract whereby the Government has the right to demand 
the completion of the specified portions of the work on,or before 
a stipulated time,and,should it develop that there is an im¬ 
probability of securing the completion of the basement walls 
and structural iron work to first floor line on,or before, 
September 1st, 1898, as demanded by your letter of the 9th instant, 
you are requested to call the attention of the office thereto 
making reference to this communication* 

instructions were given yesterday by wire in relation to 


-£> 


«,• UK Of MW*’ “ “"'**’ 1 * 

“ ■*”“ ”T T»°Z”ooff.»o— •“ “ ^ 

in connection with your cor*e p 
r that your attention should be called to the fao 

m o.—* -—— a — r 
«. ..*,. 0 , 0 , .. .0 .«*» *»« •" “• '““* 1 ““ tma 

Of ,0. «*».. «« .».* *» «“ - 

from any apparent interference or or 

arrangement made by the contrac or oontr aot 

stives You will recognize the fact that 

representative etc., delivered and 

—- « rr ::irrr.—«—~ 

actually in place and all arrang 

this mist be perfected by the contractor. 

mle this office appreciates your interest and zeal, 

ihould act with caution in all matters which may tend in 

yOU ^ + interfere between the contractor 

the direction of seeming to interfere 

and his agents* 

Respectfully yours, 

- 

Acting supervising Architect. 




oW'S'O* 

OF 

appointments 




Qvmsnvq §vp'dvtmmt f 

mncc of mo 

®astotJ 0 fcm, §. <&., July 14, 1893. 


Mr. Lee Ullery, 

Superiitendent of Constriction, U. S. Mint Building, 

Denver, Colorado. 

Sir: 


x have to inform you that the Department, on the 13th instant, 
appointed Mr. Joseph T. H. Hail as Inspector of Granite in connec¬ 
tion with the preparation of stone for the building under your 


super intendency, with compensation at the rate of sixteen hundred 
dollars (§1600) per annum, from date of oath. Oath July i3 ,. 

YOU aUth01 ' i2ed t0 issue «* certify vouchers for his .. 

services accordingly. 


Respectful! 


y yours, 




To insure prompt attention your reply’must refer to the initials in sirv'e 


Xxzkbuvq gjepaxt mmt, 

(Dtticz of thz MnpzxvisiUQ ^xcMtzct, 

Wi%sTxingttnx t §. <£., Julv 15 , 1898 . 



Superintendent of Construction, 
U. S.Mint (New), 

Denver, Colorado. 

Sir: 


m " r,K t0 r,W ‘“” t 1 '«» informing v„„ of - 

of Granite ' lncid 

to the erection of the building under your charge * t • - ‘ ‘ 

of * 1 . 600.00 per annum, commencing on the 13th !»*«/ yoT 

vised that Mr.Hall will report to you f)) ’ -'° U ^ « 

21st instant. ^ ° n the of the 


t.ir.hall s services will be necessary ^ 
specting th. granit,, ,« S . lt , * «' 

natural bed, arrises and angles clean and share . , ° n Us 

full accord with the terms of the contract *, , r finish ed i n 

standing that such inspection must not bo ’ ^ Wlth the f ull under- 
amination of the work incident to acceptL^^ 1103 ' 03 &S ^ final ex¬ 
terms of the agreement with Jol m "" Pl '° Vided f «* by the ' 

Respectfully yours. 


reply •* refer to the *** * 


circle- 



July 16, 1898 


To ,n»re prompt <*«<»»«»» 3'°“'' 

Jceuaurs 0ep3irtTOetxt, 

©tiicE of Mk SnpoCTiaiKS |vxc3iitKv . 

SaaoWugtou, 3 - ©-. 

Superintendent of Construction,. 

U. S. Mint Building (Hew), 

Denver, Colorado. 

ir * * vnu to-day the following telegram, which 

This office sent you to aay 

is hereby confirmed: 

wi 11^insist 6 on S gray'granit e ^as™callsd S f o r ° i n Te contract, 
and samples approved”. 

In accordance with the above, the telegram of June 29, 
1.898, to you, revoking the approval of gray granite, is in 
tura revoked, and the sample of gray granite forwarded you 
on the 24 th ultimo will be your guide in the acceptance of 
material to be used in the superstructure of the building in 
your charge, under contract with Mr. J. A. McIntyre. 

Respectfully yours, 



A Acting Supervising Architect. 

TV 


J.Cr. 


M 


17/ 

To insure prompt attention your reply must refer to the initials in circle. 

grjeasxtrxj Bzv&vtmznl, 

Office erf ttie jgttjmtrisittg ^rcMtect, 

‘gSCasliiixgimx, £3. <£., 

Mr. Lea Ullery, 

Superintendent of Construction, 

U. S* Mint, 

Denver, Colo* 

Sir: 

The Custodian of the Court-House and Post-Office in your city 
has this day been authorized to accept a proposal of Mr. Charles J 
Dunn for the construction of a mailing platform and enclosure a ; 
the building named in accordance with specification and drawing 
prepared by you* The Custodian has been authorized to call upon 
you for any assistance uhich he may require and which it is 
ticahlo for you to render in securing the proper performance of the 
work. You will ploaso place your services at his disposal in this 

connection* 

Respectfully yours, 

i S^S^jfeite ct . 





form 3*. 

Ed. 12-29-'94—2,000. 



treasury Jlcpartmcwt? 

Office of THE SUPERVISING ARCHITECT. 


OFFICE OF 


Washington, D. C., July 19» 1^93 


Mr. Lee Ullery, 


Snpt. U. 8. HIET 


Denver, Col. 


Sir: 


I have to acknowledge the receipt of your “Estima te of Funds ” required 
for the work on the building under your superintendence during the month 


289 8, and to advise you that, as it appears the remittance 


of July, 


of funds heretofore made to the Disbursing Agent on account of the appro¬ 
priation for the building is sufficient to meet all vouchers issued or to be 
issued for expenditures on account of the work on the building, to and 
including the last day of the current month, no further remittance will be 
made to him at present. 


Respectfully, yours, 



Chief Executive Officer. 





To insure prompt attention your reply must refer to the initials in circle. 


grjeasimj gjepartrajetii,. 

©fftae at fttz gKpzxviziUQ 

<$., July 23,1398. 

Superintendent of construction, 

New Hint Building, 

Denver, Colorado. 

Sir 

I have to acknowledge the receipt of your letter of the 
18th instant, regarding the use of wrought iron cramps for 
the building in your charge. These cramps should in all cases 
be placed on the top of the stone, and not on the bottom as 
the wording of the specification might indicate. 





bn your reply must refer to tte vnxlxaU m 


To injure prompt attentbn your 

Rasters gjsparimeiii, 

Enclosure. . . . . 

©ffic£ of tti£ jgttpsrxnjsitig AzzaitzEL, 



yr pfl fcrrig tgtt. 3. (£/., July 2 / , j.898 • 


Superintendent of construction. 
New U.S.lIint Building, 
Denver, Colorado. 


Sir:- 

I enclose herewith a sample of rolled plate glass sub- ’ 

A y • 

Bitted by Mr. John A. McIntyre and approved for use for the 
skylight included in his contract for the superstructure,etc. 
of the building in your charge, the same being for the files 
of your office and your guidance in accepting the material. 

Respectfully yours. 



J.S.Se 


To insure prompt attention your reply must refer to the initials in circle. 


Enclosure. 


^reasrtrg g^parttneut 

Orifice of the JSttpuerOTBio# 

^ashingtTu. 5. ©.. 



August 3, 1898* 


Superintendent of Construction, 


Sir:- 


Mint Building, 

Denver, Colorado, 


I return herewith voucher, in duplicate, drawn in favor 

ox J. T. H. Hall, Inspector of Granite, in amount.$19.38, 

for expenses incurred in traveling under orders from this Depart¬ 
ment, from Washington, D. C., to Denver, Colo., and have to re- 
quest that you certify said voucher, have it receipted by Mr. Hal] 
and present it to the Disbursing Agent of the building for payment. 

Respectfully yours. 


D. 


Acting 



ef 


<AjU&kJ 

Executive Officer 





M 


l 




To insure prompt attention your reply must refer to the initials in circle. 


§epuxtmmt, 

Offitz of thz gmpzKoisinQ ^xMtzsct, 
W&zTiinsfsm, 


August 4, 



Superintendent of Construction, 
U. S. Mint Building, (New) , 
Denver, Colo. 


Sir: 


In your report dated June 10th, last, addressed to the Custodian 
of the Court-House and Post-Office building in Denver, Colo., and 
^hich was forwarded here by him under date of the 11th of that month 
relative to the necessity for certain repairs, the following state¬ 


ment is made: 


T think it proper also to call the attention of the Super- 
vi * Architect to the condition of the stone facing of the 
building which is of a gray sand stone from New Mexico and which 
thews nine*> us signs of disintegration, several stones having (he 
entire facing £>? ne , ^ ^ 0 depth of 1/16 to 1/8 of an inch, caused 

Ure£ly, 1 th ^’ by J?* e ae ! lon ° f 016 alkili in the water which 
ht?ovekl° we 4 f J° m 016 ^of gutters. As these defective stones 
nas ovei be in Uie rear facing of the buildine. their 

ntiris » ot n0 ^ iceab i e ll 0 ? street i fc nt we method of f^o- * 
ira this stone should he resorted to in the near futnrl 

W/n: that U iS n0t SUitable fortte n use r ^Sfhas 

been msd® 


Superintendent, 


u. S. Mint, Denver, Colo 


Page 2. 


„ ia » mi » gi- *• tr “ yoa “ re dsf ““ 

to the course to bo poreood in m*djin„ 

8 

the conditions reported, together 

it ode. that >o« —t . outline .peelile.t.on •• 

»*, in order Hot tb. office W *»• *» «• *“ 

„„ w tot. for • full consideration of the ■*«"• 

4 . in vmir report have t>een inc 3 .ud.ed. 

The other matters treated in your repor 

. r Viavs Ihis day been sent to the 

in a specification, copies of which have tnis y 

Custodian with authority to invite bids. 

Respectfully yours, 


> 



i 1i 





'll 


tvdt 


, to the initial i« 
rep4‘ pwrt **** J> 


Aug. 6, 1898 



f ,W P ™*pt 

^teasuva mvnmuiit, 

©ttice of tlu tn V «msnx0 AtcHiteci, 

S@tasUitx0toru, B- ®«» 

Superintendent of Construction, 

u. s. Mint Building (Sew), 

Denver, Colorado. 

Sirt " This office is in receipt of your letter of the 1st 
instant, in which you state that the gas main in Evans St. at 
the site of the building in your charge will have to enter 
the building above the area floor if placed where shown on 
drawing Ho. 3, and recommend the changing of water and gas 
pipes so they will enter the coal vault near the north wall 
of same and about 2'-6" below grade, then run along coal 
vault wall, passing through basement wall below bottom line 
of water table. The fact is also noted that the contractor 
wi ll make the change without additional cost to the Govern- 

ment. 

Your suggestion is approved by this office, and you are 
directed to have the work done in accordance with your recom¬ 
mendation • 

Respectfully yours, 

A Acting Supervising Architect 

V- 


J.G. 







Form 40. » 

Ed. 12 1597 2,000. J 


AUTHORITY FOR OPEN-MARKET PURCHASE. 

(All letter it in reply to official communication* must refer to initial in upper HgKLhand corner .; 




treasury department. 



Office of the SUPERVISING ARCHITECTi 

Washington, 1). C., August 2, 1898. 


Superintendent of Construction, 
T s^.S. Mint Building, (Hew), 
Denver, Colorado. 


Sir: 

1 

In view of the request and recommendation contained in your 
letter of the 2Gth ultimo, and the public exigency requiring the 

y 

immediate delivery of the articles and performance of the work 

you ore hereby authorised to incur an expenditure not exceeding ten 

dollars and seventy-five cents (#10.75) 

I 

in securing in open market at lowest prevailing rates: 


cleeh c fo~ use of Inspector of Cranite, 
five callous of coal oil for watchmen 


Ti ToTTc 


Your attention is called to printed "Instructions to Superin- 

L .. r,nu Will issue and certify vouchers on account of 

*• tendents, and you 

therewith. Payment to be made :ivn the ap- 

the above in aooor^^t, Jienvor, Colors'! o^, // , _ / 

propri ctlon or h Respectfully yours, f 


Acting Chief Executive Officer. 



To insure prompt attention your 


reply must refer to Ou> initials in circle. 


§£p&£tm£tit, 

©fffoe of ttue StxpgKuisitig &vsMtesX, 
^lastxiixgton, §• <£., 



August 3, 1398* 


Superintendent of Construction, 

U • S. Mint, (Hew) , 

Denver, Colo* 


H r J 

. rtf the 15th ultimo accompany- 

Referring to your communication of the 15th 

, Ho 4 ' of Rod. Diamond cement to he used m connec 

rr:ri«». * *.- 

rf.r your ch„ S o, *” ' 


^ ) 


sample is satisfactory, 





2V> insure prompt attention your 


r reply nm«t refer U, the inUvxl* in circle. 


£reasuvp department, 

Office of tlw i'Upcvuising Architect, 


Q 



ft&ashitxgtcm, p. © 


August 8, 18^8# 


Superintendent of Construction, 
U«3« Mint Building, (New), 
Denver, Colorado* 


Sir: 


Statements contained in your letter of the 30th ultimo, are noted 
in relation to the progress of work under a contract with Mr # .Tohn A# 
McIntyre for the foundations, superstructure, roof &o*, of the ‘building 
under your charge, from which it appears that there is little probabil¬ 
ity of securing completion to the first floor line by the 1st proximo, 
in response to a written demand made upon him as provided for by the 
terms of the contract* There remains therefore no other action open 
to the Government than to give consideration to that clause of the «oi>- 
tract which provides under certain contingencies for serving upon the 
contractor and his bondsmen a formal notice preliminary to the Govo^r>- 
aent*s assuming charge of the woifc* You are directed therefore, should 
the desired result on September 1st be improbable to intimate to the 
contractor the tenor 01 this letter,and directed to submit your specif'« 
recommendation in the line indicated# 


Respectfully yours. 



j0 HN A. M9INTVRE. 

general CONTRACTOR. 

rooms 402-404 COOPER BUILDING. 

Denver, Colo. 

TELEPHONE 1238. 


Dsnver Colorado August 12 IQ 


Lae Cilery S»<W 

Superifttendant Hew Mint* 

Denver--*--- Colorado* 

Sir* 

Replying to your latter of August II - I 898 > in which you refer 
to a letter from the Hon. Supervising Atchitect, directing you 
to intimate to me that the Department feels itself called upon to 
" eonsidar the ei#it day clause in my contract with the United 
States, and asking me for a statement as to whether or not I can 
secure the completion of the work upon the new mint building at 
this city, to first story line by September 1st. 1898, I have 
the honor to say* 

Owing alncat entirely to the failure of the Denver Terra Cotta 
Lumber Co* of this City to comply with the terns of its contract, 
and furnish the brick contracted for by said company, the delivery 

i 

of whioh was to commence on June 10th* 1898, at the rate of net 
less than 10,000 per day, it will be impossible for me to comple¬ 
te said work to the first 3tory line by September I 1898* 

To avoid however, any farther delay, and advance the work as far 
as possible towards the desi red point, I have after some trouble 
and at considerable extra expense perfected arrangements with the 
fcolden Pressed Brick Co* for the delivery of 260 thousand brick 
prior to September Jst* 1898, and the delivery by the same company 

i 

of 450 thousand additional brick, prior to September 20th* 1098. 





JOHN A. M9INTYRE. 

GENERAL contractor, 
rooms 402-404 COOPER BUILDING. 

Denver, Colo. 

TELEPHONE 1238 


I hav ft alsopurchased from the Denver Sewer Pipe and Clay Co, 
50,000 hard burnt brick equal to san^le, which are now being 
rapidly delivered at the building site, this with the daily 
delivery of 30,000 brick, guaranteed by the Golden Pressed prick 
Co# will furnish the 750 thousand brick by September 20th# 
required to complete the work to the first story line, after that 
date, (sep# 20th#) The Golden Pressed Brick Co# guarantee to fur) 
nish 30 thousand brick per day, and more if necessary to meet the 
daily requirement of the work* 

I have now On hand, finished ready to set in the wall, and deliv¬ 
ered on the site of the building, 3010 Cu« Ft# of Platte Canon Rfed 
Granite, being an average cutting of 3#60 Cu. Ft# per day for 
ea£h stone cutter employed# The entire amount of Ashlar necessary 
for the basement Will be shipped and received this week, ending 
August 20th#, and the remainder of the Platte Canon Stone, not 
la , or tiian September 20th# 1898, and earlier than that date if 

present rate of shipment is not intefered with by unavoidable 

accident • 

Derricks, tools and a force of men have been sent to Cotopaxi, 
fo r the quarrying of the Orey Granite for the superstructure, 

-a the work is beinc rapidly pushed; I do not anticipate any 
»%L ar from thie couree, and am confident that the enpply can 
readily b, kept up to th. demand: t assure you that Aould tha 


JOHN A. M9INTYRE, 

fiENJjJAL CONTRACTOR. 
ROOMS 402-404 COOPER BUILDING. 

Denver. Colo. 

TELEPHONE 1238. 


•“ , . 1U1 „ 

th* services of aOditionl men • 

in order to avoid any possible 

delay from that souroe. 

I ha vs now, after the failure of th~ K 

the aub extractor, to furnish 

o stone, taken possession of the Lawson Quarrys, and am 
shipping tools and men to the ground, for the opening of the 
quarry, and the Mediate furnishing of the Column Footings and 
base bloohs, and *m have all stone required therefor, deliv 
-ered here prior to August 30th. 1098, and all of same cut and 
in plaee prior to September loth. 1898, providing that i do not 
have to put in place for each footing a pump similar to that 
required for tthe main walls, when I shall of course he delayed 
for a time. 

The Gillette Herzog Company, the sub-contraetore for the iron work 
have already shipped and I have received , three ears of first 
floor girders, clamps angles and rivets, and their resident agent 
this day informs me that the entire bill of iron up to the first 


floor is manufacutred and being rapidly delivered, so tint the 

# 

basement columns will no doubt be received here in a few days# 

65 

I shall at once employ stone cutters, which if the present rate 
of cutting is preserved will be sufficient to out all the stone 

9 

required for the building by April f5th. X899, and should it beooro 
necessary will employ additional men to such an extent ad may bo 
necessary to,accomplish the ^sired result. 




JOHN A. M?INTYRE, 


general contractor. 


ROOMS 402*404 COOPER BUILDING. 


Denver. Colo. 

TELEPHONE 1238 


I have made arrangements for all the necessary materials except 
Red Spanish Roof Tile, and feel confident that if allowed the 
thirty days additional time, at this point, I can by October 
1st. 1398, raoh the point in the work originally contemplated 

for that time in my contract with the united States* 

# 

I am confident that I can by October 1st* 1898, recover all time 
l©st and be abreast of the work and able to carry it on to coraple 
tion without further delay, and complete the same within the time 
specified* 

In view of the fact that the delay was no fault of mine, and that 
I have used and am using every effort on the power of man to rectif 
-y the same, and am now prepared to push the worfc to correlation 
with vigor and rapidity, I venture to ask the Department such 
consideration as I feel I am entitled to, and they would be willing 

to extend* 


Very Respectfully* 





Form 34. \ 

Ed. 1210 VJ 2,000. j 

advising of remittance of funds. 


^reasnrij department, 


oraoj or SUPERVISING ARCHITEOT, 
Washington, D. C.,A U C US “ 


Sir: 


Your estimate of funds required during the month of Au C «s t, 

189%, for the work under your charge, is received. Shave to advise you that a 

remittance of $ 30,000,00 -m to 

Disbursing Agent, has been requested. 

Respectfully yours, 


Otis B. Spencer, 



•A c t i ng Chief Executive Officer . 


Mr. ^ ee uller5r ’ 

Superintendent U . 8 • 


miht, 


Denver, Col« 







To fanra prompt attention yonr reply mutt refer to the inilialt in arele. 


greasurp geparinmit, 

Office of tbs ^npertJlsing JN.rcbiiect, 

^atasWnstom, H. 



August 11# 1898. 


Superintendent of Construction, 

Mint Building (new), 
Denver, Colorado. 


Sir: 


Referring to your pay roll for the month of July last. 


you will note that form No. 17 -1896 is still being used, and I 
have to advise you that in order to make the salaries conform to 
the per annum rate, it will be necessary for you in the future to 
strike out of said form the words *per day", and substitute in 
lieu thereof the words "per annum", and in all cases where pay¬ 
ments of Government employes are involved, make your amounts con¬ 
form strictly to the Government Salary Table, a copy of which is 


supposed to be in your charge. 




Respectfully ' rrmv *° 



Acting Chief Executive Officer. 


/ 



Mr.Lee Ullery,Supt., 


August 11th,1398. 


U.S.Mint,Colfax 6c Cvans Sts. , Denver. 


Dear Sir: 


The attention of the writer ha 

cen called to the natter of your order to get a chair to repair aad 
l0 the fact that you consider that we should repair the chair free of 
cost. The Chair was delivered last September and as we understand it 
4 n» caSti^C iS the "art whichis broken.We state these tv/o facts for 


b 

t 


i/vo o~ r tnrcc ixi j.u.l' 0 wiaT, <x piece 

furniture ought to last longer than one year,and if it does not it is 
It "lace of a reputable business concern to replace or renair it.We° 
are aware that a metal casting is a thing which no man can very 
J ' 1 ~'i fU arantee and m this case it would seen that there could be*™ 

' 7 us flaw in the net al else - lt woul(1 have given way before the end 
SerX ,ime months.Now we believe that in dealing with you we are dealing 
of :i ' f a xrninded and hopiorable business ran,who is not given to ask 
with a ' at) xe things.So if it is the casting that .is broken and you are 

oi url ' len ihat Xt WaS n0t broken by violence and that we ought to 
of £ re e of charge telephone us to that effect and the chair win 

reP<iir t fir.lf you do not thin/, so we expect to nuke a reasonable 
D® /’rtr labor and material* 

chart e ' • 






To insure pi'oinpt attention pour reply must refer to th" initials in circle 



Jrjeastiru gjepartmeui, 

Office at tbe SnpjsetrtBittg &*cfciiect, 

masfeiustoa, §. ©u August 18, 1898* 

Superintendent of Construction, 

U* S. Mint (Hew), 

Denver, Colo* 

Sir: 

The statements contained in your letter of the 13th instant 
in relation to matters pertaining to rapid and satisfactory prose¬ 
cution of work embraced in a contract with J* A. McIntyre for the 
erection of the superstructure of the "building under yo.T charge, 

are noted* 

Mr# e. Roberts, Inspector of public Buildings, now in the 

, * imder instructions to visit the quarries and gather full - 

YIg S f ^ ° 

r ^ iation# He will visit Denver and confer with you, and you 
inipart to him all information in your possession hearing on 

this matter* 

In regard to serving upon the contractor and his bondsmen fom- 
i ■ p this matter is now receiving consideration, the result 

1 ttO J CU ce * 

vlh ich you will fee advised later, 

0 * J Respectfully yours. 


i V, s 


Supervising Architect, 


To insure prompt attention your reply must rqfer to the initials in circle. 


I $ G> 


Jrjeastrag §zpvLXtmmt ? 

OWflcE at Vox SupetBiBiag ^rjcfcitact, 

SSlastitngiom, 3. <£., 

Superintendent of Construction, 

U. S. Mint Building tNew), 

Denver, Colorado. 

Sir:- 

I forward to your address this day, under separate cover 
Semple of hollo?/ brick approved for use under the contract of 
Mr. J. A. McIntyre for the foundations, superstructure, etc 
of the building in your charge, the same being for the files 

of your office and your guidance in accepting the na terra x 
delivered. 

Respectfully yours. 




J.G. 




To insure prompt attention your reply must refer to the initials in circle. 


grjeasurg gzpaxtmmt? 

®ffics sf the %npzraisittg Jyrjcfciieict 

S&ashitiflpbou, g, <£., 


Aug. 20, 



1898. 


Superintendent of Construction, 

U. S. Mint Building (New), 

Denver, Colorado. 


Sir:- 


I have to acknowledge the receipt of your letter of the 
15th instant, in which you state that "Alsen" cement is being 
used in the work at the building in your charge. 

Please forward at once to this office, for test, a sample 
of the cement as it is being delivered. 

You will please make inquiry and inform this office at 
your earliest convenience when the Red Diamond works will be 
in condition to furnish cement. 

Respectfully yours. 




To inxure prompt attention your reply munt refer to Vie initial* in circle . 


( FORWARDING ) 


treasury department, 

Office of tUe ^upccvtstng ^rcMtect, 


© 


OTastottgtcm, ©♦, Aug, 20, 1698. 


Superintendent of Construction, 

U. S. Mint (New), 

Denver, Colorado. 

Sir:- 

I am in receipt of your letter of the 15th instant relative 
to the jointing of second story sill course of the building 
under your charge,and in reply I have to advise you that same 
should be jointed as noted in pencil on print of drawing #8, 
forwarded to you this day under separate cover. 

Respectfully yours, 



W. 
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